CONTRACT REVIEW SHEET 



Person Sending :Billy Wasson 



Department Name: Board of Commissioners 



Date Sent: December 27, 2000 



Approved I at Board Session 




The attached: (circle one) ^ 

Contract Amendment Grant 



Lease 



INCOMING FUNDS? YES NO (CIRCLE ONE) 

If incoming funds you must attach a Revenue Management Sheet 



Chairman 



Contractors 
Name: 



Pence Kelly Inc. 



Date From: 



Amount of Contract or Amendment: $7Jj>f$%5 ^ 



If an Amendment, New Contract Total = $20,877,518.00 Qd£ *j 9 £^5.£>0 



Certificates of 

Insurance 

Attached: 



Liability 

(circle one) 

Yes No 



Workers Comp 

(circle one) 

Yes No 



If no insurance attached, why not? 

We have current insurance information 

for Creative Strategies on file. 



Process taken to select contractor: 
Verbal quote: Written quote:_ 



(Attach copy for reference) 



RFP: Competitive Bid: Renewal: 



Description of Contract Services: 

This change order contains 55 change order requests. This change order is primarily a housekeeping 
measure to close out the contract with Pence Kelly and contains items already directed by the owners 
representatives to Pence Kelly. 



For Risk Management Use 



Date Risk Received: (f^Q 



Date Scheduled on BOC Agenda 



Authorization for Health Administration to 
sign on behalf of BOC: 

yes 



Additional Comments: 



Staf^R^view Signatures: 




1y jO^UsL^ feba/oo 

lagement date ' 



Legal Counsel 



date 



$*turn*J to 2) spa rimmni/ 



_itf natural. 



Review. CON 5/98 




Courthouse 
square 



Courthouse Square 



A Marion County/Salem Area Transit 
Joint Development Project 



December 27, 2000 

To: Board of Commissioners 
^ro^^^lly F. Wasson, Project Manager 

Re: Change order #26 with Pence Kelly Contractor for $75,325.00 
Recommendation: 

Approve Change Order #26 for $75,325 with Pence Kelly Contractor. 
Background: 

Attached is Change Order #26 with Pence Kelly, it contains 55 change order 
requests for clean-up items to this contract. These are primarily house keeping 
items to close out the contract with Pence Kelly. 

All of the items in this request have been completed and directed by the owners 
representatives over the past several weeks. Several of the items were directed by 
the City of Salem in the final inspection of the project in order to obtain occupancy 
permits. 

The action on this change order will bring to an end the contract with Pence Kelly 
except for warranty work and the last remaining item on the City of Salem final 
occupancy review. 



Thank you for your consideration of the item. 




Courthouse Square 



A Marion County/Salem Area Transit 
Joint Development Project 



January 2, 2001 

To: Marion County Board of Commissioners 

F. Wasson, Project Manager 
Re: Variance Report dated 12/27/00 

Attached is the latest variance report developed by Melvin Mark and Company on 
the Courthouse Square Project. The report details the expenses and closing balances 
of the proforma budget as established by both Marion County and the Salem Area 
Mass Transit District. The report is based upon the financial records of both the 
Transit District and County as received in December 2000. 

The report includes change order #26 that is the subject of your action today and 
allocates its' costs to each entity. The report also documents the planned 
expenditure of $2 million of project resources for early debt reduction of certificates 
of participation by the county. 

There are some closing expenses that have not been paid and posted to date and the 
details of these have been shared with staff of the Business Services and Board of 
Commissioners offices. It appears to me that all of these obligations can be 
addressed with the resources remaining and still leave adequate resources for the 
county to meet its' goals. 

Thank you for the opportunity you have given me to serve in this project. 




cc: Salem Area Transit and Project Staff 



CHANGE ORDER 



PROJECT: 
jame, address) 



TO: 

(contractor) 



Courthouse Square 
555 Court Street NE 
Salem, Oregon 97301 



Pence/Kelly Construction, Inc. 
2747 Pence Loop SE, P.O. Box 4109 
Salem, Oregon 97302-8109 



CHANGE ORDER NUMBER: 



26 



INITIATION DATE: December 22, 2000 

ARCHITECTS PROJECT NO.: 9828 
CONTRACT FOR: General Construction 

CONTRACT DATE: February 17, 1999 



You are directed to make the following changes in this Contract: 

^- Replace the specified 'Mel-Role' membrane under the ceramic tile with 'Meer-Krete' 

and extend the warranty from one year to three years, as per COR No. 251 . Add $0.00 

2. Provide change to formula for wood finishes per Proposal Request No. 107, as per 

COR No. 263. Add $0 Q0 

3. Provide rooftop Unit AC-4 per Proposal Request No. 130, as per COR No. 296. Add $ 7 412 00 

4. Provide repairs to parking garage columns per Tim Tench's letter of March 14, 

2000, as per COR No. 308. Add $ 2,449.00 

. Provide power for insta-hots per Proposal Request No. 123, as per COR No. 310R. Add $ 1,458.00 

6. Provide changes to lights in 1153 per RFI 554, as per COR 31 1R. Add $ 840.00 

7. Provide fiber optic cable to transit per Proposal Request No. 113, as per COR No. 

316R. Terminations/testing are not included. Add $ 5,531.00 

8. Provide parking ramp signage additions per Proposal Request No. 142, as per COR 

No * 324 Add $ 692.00 



9. Rework on old partition as per COR No. 326R. Installation by Crawford Door is part 

of Pence/Kelly's contract. Add j 



14. Provide ladder for Water Service Room per Proposal Request No. 149, as per COR 
No. 333. 



578.00 



10. Provide skimcoat clear finish sealer to horizontal surfaces of Syndecrete casework, 

as per COR No. 330. Add $ 91g 00 

1 1 . Provide water stop under curbs and sidewalks at ramp, as per COR No. 331 . Add $ 504 00 

12. Provide Type *SD' fixture at Grid 10-A-A per RFI 584. (The fixtures are five to 
seven weeks out). Remove and reinstall emergency light at Room 3120 per RFI 

582, as per COR 332. Add $ ^ m 



Add $ 826.00 



,5 Provide CCTV security stations per Proposal Request No. 152, as per COR No. 

334. This work will not be completed until after substantial completion. Add 5 1 164 00 
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CHANGE ORDER 


PROJECT: Courthouse Square CHANGE ORDER NUMBER: 
(name, address) 555 Court Street NE 

Salem, Oregon 97301 INITIATION DATE: 


26 

December 22, 2000 


ARCHITECT'S PROJECT NO.: 


9828 


TO: Pence/Kelly Construction, Inc. CONTRACT FOR: 
(contractor) 2747 Pence Loop SE, P.O. Box 4109 

Salem, Oregon 97302-8109 CONTRACT DATE: 


General Construction 
February 17, 1999 


You are directed to make the following changes in this Contract: 






^ ■ Replace the specified 'Mel-Role' membrane under the ceramic tile with 'Meer-Krete' 
and extend the warranty from one year to three years, as per COR No. 251 . 


Add $ 


0.00 


2. Provide change to formula for wood finishes per Proposal Request No. 107, as per 
COR No. 263. 


Add 


0.00 


3. Provide roof top Unit AC-4 per Proposal Request No. 130, as per COR No. 296. 


Add 


7,412.00 


4. Provide repairs to parking garage columns per Tim TericfYs letter of March 14, 2000, 
as per COR No. 308. 


Add 


2,449.00 


5. Provide power for insta-hots per Proposal Request No. 123, as per COR No. 31 OR. 


Add 


1,458.00 


6. Provide changes to lights in 1 1 53 per RFI 554, as per COR 31 1 R. 


Add 


840.00 


7. Provide fiber optic cable to transit per Proposal Request No. 1 13, as per COR No. 
31 6R. Terminations/testing are not included. 


Add 


5,531.00 


8. Provide parking ramp signage additions per Proposal Request No. 142, as per COR 
No. 324. 


Add 


692.00 


9. Rework on old partition as per COR No. 326R. Installation by Crawford Door is part of 
Pence/Kelly's contract. 


Add 


578.00 


10. Provide skimcoat clear finish sealer to horizontal surfaces of Syndecrete casework, as 
per COR No. 330. 


Add 


919.00 


1 1 . Provide water stop under curbs and sidewalks at ramp, as per COR No. 331 . 


Add 


504.00 


12. Provide Type 'SD' fixture at Grid 10-A-A per RFI 584. (The fixtures are five to seven 
weeks out). Remove and reinstall emergency light at Room 3120 per RFI 582, as per 


Add 


624.00 


14. Provide ladder for Water Service Room per Proposal Request No. 149, as per COR 
No. 333. 


Add 


826.00 


Cxrrtf 

15 Provide OetV security stations per Proposal Request No. 152, as per COR No. 334. 
This work will not be completed until after substantial completion. 


Add 


1,164.00 


16 Provide overhead clearance bumpers per Proposal Request No. 150, as per COR No. 
335. 


Add 


1,387.00 
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17 Provide plywood column wrap to columns in Transit Waiting only per RFI 578, as 
per COR No. 336. 

18 Provide additional signage and key box per Proposal Request No. 146, as per COR 
No. 338. 

19. Provide pipe insulation in parking garage per Proposal Request No. 148, as per COR 
339. This COR is for insulating 10'3" traps and 5'2" traps only. 

20. Provide tranist mall drip irrigation connection per Proposal Request No. 153, per COR 
No. 340. This line will not be insulated and must be drained in the Winter. Backflow 
prevention device is not included. 

21 . Provide pager back-boxes as required by the City of Salem Building and Safety 
Administrator, as per COR No. 341 R. 

22. Provide electrical room enclosures per Proposal Request No. 143, as per COR No. 



23. Provide Cherriots logo in Transit Reception. 

24. Provide dampers for basement Air Room EG-1 grilles and louvers per RFI's 577 and 
592, as per COR No. 344. 

25. Provide Transit Restroom lavatory plug protection per Proposal Request No. 154, as 
per COR No. 345. 

26. Delete Tremco expansion joint and provide stainless steel gutter system at expansion 
joints on 10 and three line, as per COR No. 346. 

27. Provide additional thermostats per Proposal Request No. 147, as per COR No. 347. 



28. Provide step-off at penthouse door to roof per RFI 551 , as per COR No. 348. 

29. Provide modification to front lobby skylight per RFI 586, as per COR No. 349. 

30. Provide opposed blade dampers to the stain/veil exhaust grilles per RFI 461, as per 
COR No. 350. 

31. Provide head protection at pipes and steel angles in parking garage per Proposal 
Request No. 157, as per COR No. 351. 

32. Provide water supply, drain and switch for MAU-1 per RFI's 579 and 589, as per COR 
No. 352. 



33. Provide cherry bull nose trim to Conference Room 5208 per RFI 585, as per COR No. 
353. 



34. Provide wood trim additions per Architects site instructions, as per COR No, 354R. 



35. Provide sand caulk joint at the exterior of the building where the tile meets brick per 
RFI 603, as per COR No. 355. 

36. Provide undercounter lights per RFI 605, as per COR No. 356. 



Add 1,069.00 

Add 980.00 

Add 3,040.00 

Add 309.00 

Add 9,628.00 

Add 4,378.00 

Add 1,024.00 

Add 5,526.00 

Add 830.00 

Add 0.00 

Add 1,971.00 

Add 301.00 

Add 956.00 

Add 523.00 

Add 4,965.00 

Add 2,648.00 

Add 941.00 

Add 521.00 

Add 623.00 

Add 193.00 
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37. Provide emergency lights at the Transit Lobby per RFI 598, as per COR No. 357. 



Add 



327.00 



38. Provide electrical power for exit devics on four vista-wall doors per RFI 602, as per 
COR No. 358. 



39. Provide power to UPS per Proposal Request No. 156, as per COR No. 359. 

40. Delte fibermesh at topping slab to ramp per Proposal Request No. 145, as per COR 
No. 360. 

41 . Provide railing at parking ramp per Proposal Request No. 161 , as per COR No. 219 

42. Provide S.S. flashing at busmall intermediate "TV per Proposal Request No. 159, as 
per COR No. 362. S&cJl^ 

43. Provide 18" handles on Doors S199C and S299B per RFI 590, as per COR No. 363. 



44. Provide additional fire department rapid entry box per Fire Marshall, (card keys did not 
fit into box provided by Owner). Provide "Call 91 1" and "Narrow Stairway" signs per 
Fire Marshall. Provide temporary "No Smoking" sings. Provide "Elevator Deck Load" 
sign per the Elevator Inspector. 



45. Provide chair-rail in Transit Reception 5120 per RFI 607, as per COR No. 365. 

46. Provide Treasurer Reception Counter per Proposal Request No. 160, as per COR No. 
366. There is no cost for this proposal request, the cost will ge traded with the credit 
from Pence/Kelly for not providing Medex and Medite II cores in casework in the 5th 
floor solid waste per Addendum No. 9. The value of both issues is approximately 
$3,000. 

47. Provide oridiance signage per Proposal Request No. 162, as per COR No. 368. 

48. Delete finishes in Tranist Retail Spaces 1121, 1123 and 1125 per Proposal Request 
No. 151, as per COR No. 369. 

49. Replace stud framed columns at 5th floor Tranit Reception with shop-built casework 
columns, as per COR No. 370. 

50. Provide transit locator signage per Proposal Request No. 163, as per COR No. 372. 

51. Provide change from standard P-Lam to Formica Ligna on columns at Reception 
5120, as per COR No. 373. 



52. 



53. 



54. 



Provide street sign modifications per Proposal Request No. 165, as per COR No. 376. 
Provide five belt guards at basement exhaust fans per RFI 588, as per COR No. 377. 



Provide step-down transformers in flush junction boxes located in the sidewalks 
around 10 streetscape pole locations. Pull additional circuite wiring to each pole, 
install weather proof GFCI outlets on the surface of these poles, as per COR No. 378. 



Add 
Add 

Delete 
Add 

Add 
Add 



Add 
Add 



Add 
Add 

Delete 

Add 
Add 

Add 
Add 

Add 



2,291.00 
847.00 

(114.00) 
219.00 

5,696.00 
210.00 



829.00 
210.00 



0.00 
3,162.00 

(1,950.00) 

3,291.00 
470.00 

1,080.00 
1,862.00 

5,549.00 



Add 



7,671.00 



Page 3 of 4 



55. 



Provide additional line painting per Proposal Request No. 158, as per COR No. 379. 
Total for Change Order No. 26 



Add 



372.00 



3 



- re,323.00 » 




ed a$lo form 



ntracts Coordinator 



Marion County Legal Counsel 

^j^^C (sl't^- ^S^TvM ^ L '^" 

Approved as to form 



Not valid until signed by both the Owner and Architect. Signature of the Contractor indicates agreement herewith, including any adjustment in the Contract Sum or Contract Time. 



The original Contract Sum was 

Net change by previously authorized Change Orders 

The Contract Sum prior to this Change Order was 

The Contract Sum will be (increased) (docroasod) by this Change 

The new Contract Sum including this Change Order will be 

The Contract Time will be (inoroaoed) (docroasod) (unchanged) by 

The Date of Substantial Completion as of the date of this Change Order therefore is 



18,459,484.00 
2,342,709.00 



20,802,193.00 
75,325.00 



20,877,518.00 
calendar days 
November 27, 2000 



Owner: 

Marion County 
100 High St. NE 
SaJfiflL OR^97301 




Date: 



Owner: 

Salem Area Mass Transit District 
3140 Del Webb Ave. NE 
Salem, OR 973X)3-4165 

|By: 



[Date: 



Architect: 
Arbuckle Costic Architects, Inc. 
363 State Street 
Salem, Oregon 97301-3655 




Contractor: 
Pence/Kelly Construction, Inc. 
P.O. Box 4109 
Salem,V3fcegoh 97302-8109 




Project Manager: 
Melvin Mark Development Co. 
1 1 1 SW Columbia, Suite 13J8 
egon 97^ 



Portland 





Date: 



ivih.3(oo 



1 7./ -16/60 



File: 9828-1 1b 
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503 364 5382 ; 



Jun-6-00 10:48AM; 
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PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (003) 22446*1 Fax (503) 585-7477 

CCB# 63445 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland t OR 97201 



Project: Courthouse Square 
COR Title: Membrane Under Tile 



COR No, 



00251 



DATE: 4/21/00 
JOB: 99006 
ISSUE; 



1 , Contract time being extended 
( "t)~~) Calendar days. 

2, Acceptance of COR prior to our 
deadline date of ( 4/27/00 ) 



For work described below, we offer the following quotation. 



Replace the specified 'Mel-Role' Membrane under the Ceramic TiJe with 'Meer-Krete' and extend the warrenty from 
one year to three years. This COR adds NO COST. 



Total Cost: 



$0 




jo Manftpemftnt Sy*t»ma, inc. 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (603) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB# 63435 



frlA; 3 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #107; Change Wood Finish 



COR No. 



00263 



DATE: 5/4/00 
JOB: 99006 
ISSUE: 00367 



1 . Corjjract time being extended 
.(-p) Calendar days. 



2. Acceptance of COR prior to our 
deadline date of ( 5/11/00 ) 



For work described below, we offer the following quotation. 



Provide Change to Formula for Wood Finishes per PR #107: No Cost 



Total Cost: 



$0 






I v Construction, Inc. - John Gremmels 



Reviewed By 
Date 



nies - Craig tSSwis 

p/</oO 



Salem Area Transit - John Wittington 

Date: ^ VP l^fco 



Accepted Byr 




Date 



Pro Management Systems, Inc. 



05/04/2080 15: 05 5036312790 



NW INDUSTRIAL COAT IN 



PAGE 01 



C A V 

FAX 1 


Date 5-4-00 


1 


Number of pages including cover sheet 3 


TO: Pence/Kelly 

Attn: Steve/Dave 


FROM: Northwest Industrial 
Coatings, Inc. 

PO Box 1570 

Oregon City, OR 97045 

rilCnBrQ Muninauser 


Phone 503-364-8332 
Fax Phone 503-364-5382 


Jim Garvison 
Phone (503) 631-8254 
Fax Phono (503) 631-2790 


CC: 




REMARKS: □ Urgent g| For your review 


□ Reply ASAP □ P/easa Comment 


Project: Courthouse Square 




Reference Request # 107- Wood Door Finish 




There is no change in price. The additional labor required to sand the doors, due to the 
hardness of a Polyurethane Finish, will off set the savings on filling and/or staining the wood 
doors. 


Respectfully, 




Jim Garvison 





° ,1Ued: G/ 3!12PM ' 8 38 3, a7B o ., P6Nce KELLY; P„ a . 2 

f ^ /2 7fL «LLY- 5835312790 - * INDUSTRIAL C0ATIN 

Bent By: PENCE KbLLY t ^ *-*.nc« kelly* r* * 3 

85/83/2088 09:64 5e363l279d nw industrial coatin page 02 

0y: PSNCC ttiLY; 3912 ; toy 2 'DO 4:01^ l/l 
To: North W»1 Co«t At: 11034-413706 



ftl/«l/*«t9 HM4 FAI l»J Hi >IM OltaU cofTIC * COflrtSoftt 



AMUCKLI COVnC ARCHITECT*, INC. 

{Mtl MHI 14. fe. Out HUM, frn*l ■^HlMfni! iMi nidi cam 











W 




MN^Om imi 
















1,1000 


OVMt* 




•* 


llltftl AfM M9M T*9*lft 


AACNffl0H # 






$**\Ori0M 


tNi 






00Z9 




•7301 






OCMnHAOfFCM; 


C«rwtut9*! 




00j0flt 0*0090 


*9t 

•na 






t7, iffy 



0MOA00VO. Nn0»l* 

1 

tftifl0» 04 ftm* fcr to***** B*m4 VMM fcrtets *»■ trm * B»aoWMiaii «mm 00909. 
4 1O0it>0»ui t »0W0<PII<^%W.f»du<i<ri»4O% < 
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WN ^* U Tf2L WH^H0N^Nf *40MW«»**»« 



-036312790 -> PENCE KELLY; P*0« 3 

;e tvo C: •/ «/00 INDU STRIAL COATIN . 03 
05/04/2000 15:05 503631279B ^ J0 . 3)) „ £ , •••-/ - 



FAX 




Phone 603-394-9332 
frxPhene 303-394-8382 



loaf 5-3-00 , 

I frn^otp^t Muting . a 

FRQM: Northwest Industrie! 

Jim Gervieon 

Phone (003) 631-6254 
PexPhome (303) 831-2790 



CC: 

HO/ARKM: □ Myw* (3 For your mview □ RmpfyASAP Q PleeM Comomnt 

WtKe THIS frt. 0<St«T^ /l CX»AT 



PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503)399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB# 83435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #1 30; Roof Top Unit AC-4 access 



COR No. 



00296 



DATE: 7/20/00 
JOB: 99006 
ISSUE: 00404 



1 . Contract time being extended 

) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 7/27/00 ) 



For work described below, we offer the following quotation. 



Provide Roof Top Unit AC-4 access per PR # 130 



Total Cost: 



$7,412 




ccepted ! 



Pert ;emdly Construct 



Reviewed By: 



? Construction, Inc. - John Gremmels 

Date: lft*<V> 




Accepted By:_ 




Melvin Mark Companies - Craig 



Accepted 



Salefn /)[rea Transit - John Wittington 

Date: \j V7./ /ao 




Pro Management Systems. Inc. 
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JOB 



CHS 
7tti /on 



DATE 



TIME 



FIRM NAME 



BY ^DV\ T^ffegCAT PHONE NUMBER 



TAX INCLUDED 
UNION 
MINORITY 
BONDABLE 
COST OF BOND 
BID ON 



YES □ 
YES □ 
YES □ 
YES □ 



NOO 
NOO 
NOO 

NOD 
_ % 



AS PER PLANS AND SPECS YES □ NC 
F.O.B. JOBSITE YES □ NC 
INSTALLED YES □ NC 
INCLUDING ADDENDA 



SEC. 



NET PRICE 



I 

N 

C 
L 
U 

E 
S 



ft S3Q 



BID TAKEN BY. 



Received: 7/20/00 2:33PM ; 



541 74 7 9519 - :> 



PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Ptntt Loop $1, Siltm, 0* 97W2 (603) 3».7*i3 
f ortltW iW) BUM p« r«ci) 




Potential Change or Clarification 



TO: Chuck Howe 

Reliable Fabrication & Renewal 
P.O. Box 70125 
Eugene, OR 97401 

Project: Courthouse Square 
PCC Title: RFI 542; Catwalk at AC-4 
Respond By: 7/5/00 



PCC No. 

DATE: 6/29/00 
JOB: 99006 

issue No,; mm- ^ow 

CONTRACT No.: 9906-05120 



The following Change Clarification Request is being considered. 
Please respond within five (5) days with any cost or time impact. 



Pleas* revtow RFI 542; Catwalk «t AC-4, for changes to your contract 



4* 



Cost Impact: -f 

Time Impact: 3-/3 Uj££<S £"d £u«*&Tm 



Pleaae check box if no time AND cost impact*. Q 
INCLUDE THIS FORM WITH ALL BACKUP I 



issued By: John Qremmels 



By: 




Date: "7 [fi [op 



Pro MM*D»*M Syctantt, IflQ, 



All responses require signature 



FROM : RELIABLE FABRICATION 8, RENEUAL PHONE NO. : 541 747 9519 



Jul. 31 2000 09: 13AM PI 




TRANSMITTAL 



To:. 



At 




*MfaunwM. Ji^y 



Fax 5£>3 -3<*4 -4>x8ZL, 

From : £ 4u<cGj<L ~> 

Pages (Including cover): 

Re : Pdo. 



Comments : 



RELIABLE FABRICATION 
& RENEWAL, INC. 
P.O. BOX 70125 
EUGENE . OR 97401 

PHN : (5*/> 747-4242 
FAX: f5Vn 747-9519 



CCB# 102038 



ReCeiVOC ' : 7/31 /00 9:27AM; 



541 TAT 9519 



PENCE KELLY; 



f.. »Ui.S5i» UV ' At; ,54,74795.8 5M M * 6382 ! J »"' 46 - 



^age 




PENCE/KELLY 

CONSTRUCTION, INC. 

3747 toop %% S.lim, 0*17*02 [U&\ 988-T323 
Forttnd tttt) 2344181 to W-TiTT 



Potential Change or Clarification 



TO: Chuck Howe 

Reliable Fabrication & Renewal 
P.O. Box 70125 
Eugene, OR 97401 

Project: Courthouse Square 
PCC Title: RFI 542; Catwalk at AC-4 
Respond By: 7/5/00 



00056 



PCC No. 

DATE: 6/29/00 
JOB: 99006 
ISSUE No.: 00397 
CONTRACT No.: 9906-05120 



The following Change Clarification Request is being considered. 
Please respond within five (S) days with any cost or time impact. 



Pleas* review RFI 542; Catwalk at AC-4, lor changes to your contract 



4' 



Cost Impact; 
Time Impact: 3-/3 uj££k<, Am* L< or«Mt. 



Please check box if no time AND cost Impact. Q 



issued By: John Gremmete 



By: 
Date: 



INfORlBIATJ 


ON 














All responses require signature 



Received: 7/31 /OO 9:28AM; 54-1 7-47- fe»t>l y 



FROM : RELIABLE FABRICATION & RENEUIAL PHONE NO. : 541 747 9519 



Jul. 31 2000 09: 13AM P3 
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PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



COR No. 



00308 



DATE: 8/3/00 
JOB: 99006 
ISSUE: 00420 



Project: 
COR Title: 



Courthouse Square 
Repair Columns 



1 . Contract time being extended 
(~ffr) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of I 8/7/00 ) 



For work described below, we offer the following quotation. 



Provide repairs to Parking Garage Columns per Tim Terrich letter of 3/14/00 



Total Cost: 



$2,449 




Pro Management Systems. Inc. 
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87/26/2000 10:54 5036249770 



FCE TIGARD 



PAGE 01 



Century West 

BNGtNlERtNG COA^OMAf/ON 
LEADING THROUGH EFFECTIVE SOLUTIONS 



FAX TRANSMITTAL 



Date; July 26, 2000 

# of Pages: 2 (inct^ cw Pi|t) 

Onprwl will follow; No 

To: Leonard Lodder, Arbuckle Costic 

Steve Schaad, P/K 
From: Tim Terich^ 

Project #: 40903.001.04 - 7000 

Subject: Courthouse Square - RFI #549 



Fax*; 503-581-3655 
Fax *: 503-364-5382 



Comments: 
Leonard & Steve, 



I am re-sending you the attached field report indicating which columns to epoxy-inject. Steve, 
please use the same approved epoxy we have used on the cracks that were patched on the concrete 
beams at the Hatfield Plaza area. Please call me with any questions or comments. 



825 NE Multnomah, Suite 425 Portland, OR 97232 
Ptione; (503) 231-6078 Fax; (503)231-6482 



c\tim\ctj2«:t^ax doc 



07/26/2000 10: 54 5036249770 



FCE TIGARD 



FAOifc. m 



Century West 

ISNGiNgenSNG CO*rO*ATtON 
LEADING THROUGH EFFECTIVE SOLUTIONS 

STRUCTURAL OBSERVATION REPORT 



Date: March 14, 2000 



Project name; Courthouse Square 



Weather N/A 



Project*: 40903.00104-7000 



To: Leonard Lodder - Arbuckle Costic Architects 
From: Tim Terich, P.E. - Century West Engineering 

Attached is a map of the columns in the busmall slab that have sustained cracking at the top of the columns. I have 
circled columns that show cracking based on my observations over the pasr two months. 



Location 
Column 9-F 
Column 9-G 
Column 9-H 
Column 9-J 

Column 9-K 
Column 8-J 
Column 8-K 
Column 3a-D 



Description 

minor cracking (less that 1/1 6") 
minor cracking (less that 1/1 6") 
minor cracking (less that 1/1 6") 



Anticipated action 
epoxy inject 
epoxy inject 
epoxy inject 



1/8" cracking at top corners, spa I led concrete removed by hand 3/7/2000. We recommend 
removing loose material, patching and epoxy injecting. 

1/8" cracking at top comers. epoxy inject 

minor cracking (less that 1/1 6") epoxy inject 

minor cracking (less that l/]6") epoxy inject 

1/8" cracking at top corners, some spalled concrete removed by hand 3/7/2000. We 
recommend removing loose material, patching and epoxy injecting. 



Structural Observation by: 
Century West Engineering Corp. 
Timothy T. Terich, P.E. 



825 NE Multnomah. Suite 425 Portland. OR 97232 
Phone: (503) 231*6078 Fax: (503)231-6482 



C:\TtM\CT2\COLUMNMAP.DOC 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB# 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #1 23; Power for Inst-Hots 



COR No. 



00310 (Z^ 



DATE: 10/10/00 
JOB: 99006 
ISSUE: 00399 



1 . Cootfacttime being extended 
(/^^^Calendar days. 

2. Acceptance of COR prior to our 
deadline date of < 8/11/00 ) 



For work described below, we offer the following quotation. 



Provide power for Insta-Hots per PR # 123 



Total Cost: 



$1,458 



r 



Pence/I ellyN onsta^jl 




Accepted By: 
Date: 
Accepted By:_ 



cfion, Inc. - John Gremmels 



Reviewed By: 




Melvin Mark Companies - Crai^Lewis 

Date; (//zi/c 



Accepted B 




OO 



Salem Area Transit - John Wittington 

Date: J 




Marion County - Billy Wasson 

Date: 1 ]tf2,l[< fo 



Pro Management Systems, Inc. 
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ALBANY REGIONAL OFFICE 



ELECTRICAL 

CONSTRUCTION CO. 

August 7, 2000 



John Gremmels, Project Engineer 
Pence 7 Kelly Construction, Inc. 

P.O. Box 4109 

Salem, OR 97302-8109 

RE: Courthouse Square 

EC Change Request # 62759-82 PR- 1 23 

Dear John, 

We are pleased to provide our quotation for the above referenced additional work. Our price is limited to 
electrical work specifically called for in the Architect's/Engineer's instructions. 



Conditions of this proposal are as follows: 

• Pricing is based on normal working hours; 

• This proposal is valid for 30 calendar days following the date of this letter. 

We trust this meets with your approval and await your response. If you have any questions or require any 
additional information please contact me. 



Our price for this additional work is 
Additional Contract time required 



$ 1387.00 
..0 Days 



Sincerely, 




Craig Davis 
Project Manager 



ECCR # 62759-82 



32758 Old Hwy. 34 S.E. • P.O. Box 925 • Albany, Oregon 97321 • Telephone (541) 926-4266 • (800) 598-4266 • Fax (541) 926-4268 

www.e-c-company.com • OR CCB# 49737 




CHANGE ORDER ANALYSIS 
Summary Sheet 

Connect insta-hots DATE: 08/07/00 



COMPANY 

CO # 82 EC Proposal # : 62759-82 



Owner's Ref. #: PR-123 

A TOTAL PRICE THIS CHANGE ORDER 



C. 



as shown in item 15; 


$ 


1,387.00 


Scope to be performed: 






1 . S ee attached documents 






Cost Summary: 






1. Total Material Cost (see back-up) 


$ 


243.00 


2. Total Burdened Labor Cost (see back-up) 




1,018.00 


3. Subcontractors Cost (see back-up) 




0.00 


4. Equipment Cost (see back-up) 




0.00 


5. Other Miscellaneous Costs (see back-up) 




0.00 


6. Small Tool allow % of item 2 






7. Record Drawings and Submittals 






8. Warranty Work 0.00 %of direct expenses 






9. Overhead 10 % 




126.10 


10. PROFIT at % 






11. B&OTax % WAonly 






12. Sales Tax 0,00 % 






13. Bond 0.00 % 




0.00 



TOTAL PRICE THIS CHANGE ORDER $ 1,387.10 



This change order requires a schedule adjustment of days. Pricing subject to 
revision after 30 days. 

The costs represented include only those clearly identified at this time. No impact or delay costs are 
included. Should it be determined at a later date that the project is impacted by multiple scope 
changes, or causes beyond our control, those costs may be submitted at that time. Work will commence 
upon written acceptance by an authorized agent. 



E C Company 
Craig Davis PM 



Authorized Agent 



CHANGE ORDER ANALYSIS 



LABOR COST SUMMARY 



CO# 82 



(X)Field ( )Shop 



EC Proposal # : 
Owner's Ref. U: 



DIRECT LABOR WAGE 
Electrician (see back-up) 
Field Foreman 
General Foreman 

Subtotal Direct Labor Cost 



Total 
Hours 

22.00 
2.00 



Rate 



42.12 
45.56 
49.00 



PAYROLL TAXES 
Electrician (see back-up) 
Field Foreman 
General Foreman 

Subtotal Payroll Taxes/Benefits 

BENEFITS 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 



22.00 
2.00 



22.00 
2.00 



0.00 
0.00 
0.00 



0.00 
0.00 
0.00 



Project Manager 



Subtotal Labor Cost 

Subsistence, Per Diem, and Parking 



LABOR TOTAL 



24.00 



CHANGE ORDER ANALYSIS 



MATERIAL COST SUMMARY 



CO# 82 



EC Proposal # : 
Owner's Ref. #: 



62759-82 



PR- 123 



Material 

1. 
2. 
3. 
4. 
5. 
6. 
7. 
8. 
9. 
10. 
11. 
12. 
13. 
14. 



Material (see back-up) 



#of 

Units 

1.00 



Unit 
Cost 
Each 
243.00 



Cost 



243.00 



Freight 



Waste and Spoilage 



Subtotal Material Cost 

Sales and other Taxes 

Shipping, Storage, Distribution @ 

Restocking 



243.00 



% 



TOTAL COST OF MATERIALS 



243.00 



OB: 19063 Mat=Std Lab=Stdl 
COURTHOUSE SQUARE 08-06-99 



Electrical Construction Co. 
BID TAKE-OFF DETAILS 
08-07-00 10:58 Pg : 1 



ENCE / KELLY CONST 

MATER IAL LABOR 

ART NUMBER DESCRIPTION COUNT UNIT EXTENDED UNIT HOURS 



BID ITEM SYSTEM ESTIMATOR 

CCR-82 PR-123 CRAIG 

** Breakout Multipliers: Count = ; Material Cost = .00; Labor Hours = .00 



01300034605 


12/2 MC CABLE W/GREEN GROUND 


250 


630. 


.210 


M 


157. 


.55 


35. 


. 000 


M 


8 . 


. 75 


210CD48100A 


BOX HOLDER 


2 


58 , 


. 120 


C 


1. 


. 16 


3. 


. 300 


C 




. 06 


^3007014261 


1/2" EMT 1 HOLE STRAP 


20 


19 , 


. 780 


C 


3 . 


. 95 


4 . 


. 000 


C 




.80 


2400TB00302 


1/2 "TITE-BITE" STR BOX CON 


8 


173 


. 030 




13 


84 


12 


000 


Q 




. 96 


710AP66845 


GRD SCR W/PIGTAIL SCR1032-PTL 


6 


39 


.270 


c 


2 


. 35 


2 , 


.000 


c 




.12 


710RC00189 


4" SQ BOX 1-1/2" DEEP 1/2" KO 


6 


184 , 


. 000 


c 


11 , 


. 04 


30 . 


. 000 


c 


1. 


. 80 


2710RC00753 


4 IN SQ FLAT 1/2KO COVER 753 


4 


77 


.570 


c 


3 


. 10 


8. 


.000 


c 




. 32 


710RC00773 


4 IN 1G MUDRING 3/4 RAISED 773 


2 


150, 


.330 


c 


3 


. 00 


15. 


. 000 


c 




.30 


710RC00802 


4 IN IND DUP REC COVER 802 


2 


165. 


.290 


c 


3 . 


.30 


12. 


. 000 


c 




.24 


2710RC00982 


GROUNDING SCRW W/#14 WRE 982 


2 


42 


. 860 


c 




. 85 


2. 


. 000 


c 




. 04 


5100LV25205 


DPLX RCPT 20A BK/SDWRD 5362-1 


2 


14 , 


. 717 


E 


29. 


.43 




. 300 


E 




.60 


100LV43850 


DUP REC PLATE 1G IVORY 86003 


2 




.325 


E 




. 65 




. 100 


E 




.20 


^100ZZ00032 


CUT DEVICE HOLE CABINET 


2 














.350 


E 




.70 


5100ZZ00040 


FIRE WALL PENETRATE /SEAL 


2 


3 


.500 


E 


7 , 


. 00 




. 150 


E 




. 30 


100ZZ00050 


FISH FLEX IN WALL 


2 














,250 


E 




. 50 


4203M20058 


RED SCOTCHLOKS 3M 


21 


10 


.770 


c 


2 


.26 


3. 


.000 


c 




. 63 


6420ID30076 


WIRENUT RED IDEAL 


12 


92 


. 880 


M 


1. 


.11 


30. 


.000 


M 




. 36 


"5308072020 


#8 x 3/4" PAN HD TAP SCREW 


20 


4 


.200 


c 




. 84 


15 , 


. 000 


c 


3 


. 00 


530DT17555 


TEK SCREW HEX 10-16X1 


12 




. 113 


E 


1. 


. 35 




. 080 


E 




. 96 


9601ZZ00005 


#14-12-10 WIRE TERM LABOR 


6 














. 180 


E 


1 , 


. 08 


Total 












242 , 


.83 








21. 


. 72 



Grand Totals : 



243 . 00 



21. 73 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503)399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB# 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: RFI 554; E3 Fixture in 1 1 53 



COR No. 



00311 pur 



DATE: 9/20/00 
JOB: 99006 
ISSUE: 00421 



1 . Contract time being extended 
jk^^-Calendar days. 

2. Acceptance of COR prior to our 
deadline date of < 9/20/00 ) 



For work described below, we offer the following quotation. 



Provide Changes to lights in 1 153 per RFI 554 



Total Cost: 



$840 




Mwvin Mark Corn parties - Craig Lewis 



Accepted By: 
Date: 
Accepted By: 



Pence/Ki 



instruction, Inc. - John Gremmels 



Salem Ar| 




Date: 



John Wittingtd 
00 



ansn - jumm v 




Billy Wasson 



Pro Management Systems, Inc. 




ALBANY REGIONAL OFFICE 



ELECTRICAL 

CONSTRUCTION CO. 



August 7, 2000 



John Gremmels, Project Engineer 
Pence / Kelly Construction, Inc. 

P.O. Box 4109 

Salem, OR 97302-8109 

RE: Courthouse Square PCC-101/RF 1-554 

EC Change Request U 62759-84 

Dear John, 

We are pleased to provide our quotation for the above referenced additional work. Our price is limited to 
electrical work specifically called for in the Architect's/Engineer's instructions. 

Our price for this additional work is 800.00 

Additional Contract time required 10 Days 

Conditions of this proposal are as follows: 

• Time extension is approved to allow for delivery from factory 

• Painting / surface restoration is by others. 

• Pricing is based on normal working hours 

• This proposal is valid for 30 calendar days following the date of this letter. 

We trust this meets with your approval and await your response. If you have any questions or require any 
additional information please contact me. 



Sincerely, 




Craig Davis 
Project Manager 



ECCR# 62759-84 



32758 Old Hwy. 34 S.E. • P.O. Box 925 • Albany, Oregon 97321 • Telephone (541) 926-4266 ♦ (800) 598-4266 • Fax (541 ) 92S-42S3 

www.e-c-company.com • OR CCB# 49737 



CHANGE ORDER ANALYSIS 
Summary Sheet 

Add recessed lights to Rm 1153 DATE: 08/07/00 

COMPANY 

co# 84 EC Proposal # . 62759-84 

Owner's Ref. #: PCC-101/RFI-554 

A TOTAL PRICE THIS CHANGE ORDER 



as shown in item 15; 


if 
$ 


800.00 


Scope to be performed: 






i. oee anacnea documents 






Cost Summary: 






1. Total Material Cost (see back-up) 




/inn nn 


z. total Duroenea ivaoor i^osi jsee oaoc-upj 




^07 nn 
/ .uu 


3. Subcontractors Cost (see back-up) 




n nn 


4. Equipment Cost (see back-up) 




n nn 


5. Other Miscellaneous Costs (see back-up) 




n nn 
U.vJU 


6. Small Tool allow %of item 2 






7. Record Drawings and Submittals 






8. Warranty Work 0.00 %of direct expenses 






9. Overhead 10 % 




72.70 


10. PROFIT at % 






11. B&OTax % WAonly 






12. Sales Tax 0.00 % 






13. Bond 0.00 % 




0.00 


TOTAL PRICE THIS CHANGE ORDER 


$ 


799.70 




This change order requires a schedule adjustment of days. Pricing subject to 
revision after 30 days. 

The costs represented include only those clearly identified at this time. No impact or delay costs are 
included. Should it be determined at a later date that the project is impacted by multiple scope 
changes, or causes beyond our control, those costs may be submitted at that time. Work will commence 
upon written acceptance by an authorized agent. 



E C Company 

Craig Davis PM 



Authorized Agent 



CHANGE ORDER ANALYSIS 



Date: 8/7/00 



LABOR COST SUMMARY 

CO# 84 EC Proposal U : 62759-84 

(X)Field ( )Shop Owner's Ref. #: PCC-101/RFI-554 

Total 

Hours Rate Cost 



DIRECT LABOR WAGE 

Electrician (see back-up) 7.00 $ 42.12 $ 294.84 

Field Foreman 0.70 45.56 31.89 

General Foreman 49.00 0.00 

Subtotal Direct Labor Cost $ 326.73 

PAYROLL TAXES 

Electrician (see back-up) 7.00 $ 0.00 $ 0.00 

Field Foreman 0.70 0.00 0.00 

General Foreman 0.00 
Subtotal Payroll Taxes/Benefits 

BENEFITS 

Electrician (see back-up) 7.00 $ 0.00 $ 0.00 

Field Foreman 0.70 0.00 0.00 

General Foreman 0.00 
Subtotal Payroll Taxes/Benefits 

Project Manager 



Subtotal Labor Cost $ 326.73 

Subsistence, Per Diem, and Parking 

LABOR TOTAL - 7.70 S 326.73 



CHANGE ORDER ANALYSIS 



MATERIAL COST SUMMARY 

EC Proposal # : 62759-84 
CO# 84 Owner's Ref. #: PCC-10I/RFI-554 



#of Unit 
Material Units Cost Cost 

Each 

1. Material (see back-up) 1.00 400.00 $ 400.00 

2. 

3. 

4. 

5. 

6. 

7. 

8. . 

9. 

10. 

11. 

12. 



13. Freight 



14. Waste and Spoilage 



Subtotal Material Cost $ 400.00 
Sales and other Taxes 

Shipping, Storage, Distribution @ % 

Restocking 



TOTAL COST OF MATERIALS 



$ 400.00 



oOB: 19063 Mat-Std Lab-Stdl 
COURTHOUSE SQUARE 08-06-99 



Electrical Construction Co. 
BID TAKE-OFF DETAILS 
08-07-00 15:34 Pg: 1 



iNCE / KELLY CONST 



MIT NUMBER DESCRIPTION 



COUNT 



MATERIAL 

UNIT EXTENDED 



LABOR 



UNIT 



HOURS 



BID ITEM 
:CR-84 



SYSTEM 
PCC-101 



ESTIMATOR 
CRAIG 



586 
587 
588 
589 



TYPE 'HI' FIXTURES 
CUT SHEETROCK CEILING 
CRAWL CEILING 
FREIGHT 



150.000 E 



100.000 E 



300. 00 



100. 00 



1.500 E 
1.000 E 
2.000 E 



Total : 



400.00 



3 . 00 
2.00 
2 .00 



7.00 



Grand Totals: 



400 . 00 



7. 00 



2747 Pence Loop SE, Sal«m, OH 97302 (503) 399-7223 
Portland (603) 224-3681 Fax (503) 585-7477 

CCB If 93436 



I 


Request for Information 


Answer 


TO: Leonard Lodder 


RFI No. 


00554 



Arbuckle Costic Architects 
363 State Street S.E. 

Salem, OR 97301-3533 

Yoject: Courthouse Square 
Subject: E3 fixture in rm 1 1 53 
. lease process and return by no later than 7/27/00 



DATE: 7/20/00 
JOB: 99006 
ISSUE No.: L{2( 



Question 



Spec. Ref. 



Dwg. Ref. # E3.2.2 



The E-3 fixtures called for in rm 1 153 on E3.2.2 is a grid fixture, the ceiling in that space is a hard 
ceiling. Please advise. 



Signed: John Gremmets 



:esponse 



By: Leonard Lodder Firm: Arbuckle Costic Architects 



Date: s/3/oo 



Per Construction Meeting of 8/3/00: Replace fixture with Can Lighting. 




Ipon receipt of this RFI you must notify Pence/Kelly within 2 days, whether the RFI is a no cost change, or 
r iv 'ra to your contract. Additional costs must be submitted within 10 days of receipt. 



Leonard Lodder 



Date: 8/3/00 



t.irt.iyiMMMMl Sylhmi-i lt\t: 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB# 63436 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 

Project: Courthouse Square 

COR Title: PR #1 1 3; Fiber Optics to Transit 



COR No. 



00316 Qj&S 



DATE: 9/20/00 
JOB: 99006 
ISSUE: 00382 



1. Contract time being extended 
( "t/ ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of I 9/21/00 ) 



For work described below, we offer the following quotation. 



Provide Fiber Optic Cable to Tranist per PR #1 13 
Terminations / Testing are not included 



Total Cost: 



$5,531 






Accepted By: 



Penfcp/RtaHf Construction, Inc. - John Gremmels 

Date: I •l/M* 



Reviewed By: 



Accepted By: 




MewTn Mark ConTbanies - Craig Le 



Accepted 



Salem Area Transit - John Wittington 

Date: lo/^/oC 




Marion County - Biily Wasson 



Date 



Pro Management Systems, Inc. 
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ALBANY REGIONAL OFFICE 



ELECTRICAL 

CONSTRUCTION CO. 

September 20, 2000 



John Gremmels, Project Engineer 
Pence / Kelly Construction, Inc. 
P.O. Box 4 109 
Salem, OR 97302-8109 

RE: Courthouse Square PR-1 13 Revised Fiber optics for Transit. 

EC Change Request # 62759-87 REV 

Dear John, 

We are pleased to provide our quotation for the above referenced additional work. Our price is limited to 
electrical work specifically called for in the Architect's/Engineer's instructions, and is based upon the 
revised proposal request dated August 23, 2000. 



The scope of the additional work to be performed consists of the installation of (2) runs of multi-mode fiber 
optic cables between Room 5125 and Data/Com Closet 1 152. We have included all fire sealing, plenum 
rated cable and inner-duct, hangers and supports. 

Conditions of this proposal are as follows: 

• Terminations are provided by others. 

• Pricing is based on normal working hours. 

• This proposal is valid for 30 calendar days following the date of this letter. 

We trust this meets with your approval and await your response. If you have any questions or require any 
additional information please contact me. 

Sincerely, 



Craig Davis 
Project Manager 



ECCR# 62759-87 REV 



Our price for this additional work is 
Additional Contract time required 



$ 5,264.00 
Days 



32758 Old Hwy. 34 S.E. • P.O. Box 925 • Albany, Oregon 97321 • Telephone (541 ) 926-4266 • (800) 598-4266 • Fax (541 ) 926-4268 

www.e-c-company.com • OR CCB# 49737 




CHANGE ORDER ANALYSIS 

Summary Sheet 

Fiber Optics for Transit DATE: 09/20/00 



COMPANY 



CO # 8 7 REV EC Proposal # : 62759-87 Revised 

Owner's Ref. #: PR-1 13 Rev Aug 23, 20 0( 

A. TOTAL PRICE THIS CHANGE ORDER 

as shown in item 15; $ 5,264.00 

B. Scope to be performed: 

1. See attached documents 

C. Cost Summary: 

1 . Total Material Cost (see back-up) $ 1,561.00 

2. Total Burdened Labor Cost (see back-up) 2,982.04 

3. Subcontractors Cost (see back-up) 0.00 

4. Equipment Cost (see back-up) 242.00 

5. Other Miscellaneous Costs (see back-up) 0.00 

6. Small Tool allow % of item 2 

7. Record Drawings and Submittals 

8. Warranty Work % of direct expenses 

9. Overhead % 

10. PROFIT at 10 % 478.50 

11. B&OTax % WAonly 

12. Sales Tax 0.00 % 

13. Bond 0.00 % 0.00 
TOTAL PRICE THIS CHANGE ORDER $ 5,263.54 



This change order requires a schedule adjustment of days. Pricing subject to 
revision after 30 days. 

The costs represented include only those clearly identified at this time. No impact or delay costs are 
included. Should it be determined at a later date that the project is impacted by multiple scope 
changes, or causes beyond our control, those costs may be submitted at that time. Work will commence 
upon written acceptance by an authorized agent. 



E C Company 
George Adams, COO 



Authorized Agent 



CHANGE ORDER ANALYSIS 



Date: 9/20/00 



CO# 87 REV 



(X)Field ( )Shop 



DIRECT LABOR WAGE 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Direct Labor Cost 



LABOR COST SUMMARY 



Total 
Hours 



59.00 
6.00 



EC Proposal # : 62759-87 Revised 
Owner's Ref. #: PR-113 Rev Aug 23, 2C 



Rate 



42.12 
45.56 
49.00 



Cost 



0.00 
2,688.04 
294.00 
2,982.04 



PAYROLL TAXES 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 



inc in base rate 
inc in base rate 
inc in base rate 
inc in base rate 



BENEFITS 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 



inc in base rate 
inc in base rate 
inc in base rate 



Project Manager 



Subtotal Labor Cost 65.00 $ 2,982.04 

Subsistence, Per Diem, and Parking 

LABOR TOTAL $ 2,982.04 



CHANGE ORDER ANALYSIS 



MATERIAL COST SUMMARY 



CO # 87 REV 



EC Proposal # 
Owner's Ref. #: 



62759-87 Revised 
PR- 113 Rev Aug 23,: 



Material 



#of 
Units 



Unit 
Cost 
Each 
1,561.00 



Cost 



See Attached 



1.00 



1,561.00 



2. 

3. 

4. 

5. 

6. 

7. 

8. 

9. 

10. 

11. 

12. _____ 

13. Freight 

14. Waste and Spoilage 

Subtotal Material Cost $ 1,561.00 

Sales and other Taxes 

Shipping, Storage, Distribution @ % 



Restocking 



TOTAL COST OF MATERIALS 



$ 



1,561.00 



Electrical Construction Co. 



JOB:19063 Mat-Std Lab-Stdl 
'URTHOUSE SQUARE 



08-06-99 



BID TAKE-OFF DETAILS 
09-20-00 7:45 Pg; 1 



PENCE / KELLY CONST 



MATERIAL 



PART NUMBER DESCRIPTION 

D ITEM SYSTEM 
ECCR-87 PR-113REV 
*** Breakout Multipliers: Count = 



COUNT 



Material Cost = 



.00; 



UNIT 



Labor Hours 



EXTENDED 



LABOR 



ESTIMATOR 
CRAIG 
.00 



UNIT 



HOURS 



605 


MULTI-MODE FIBER 


700 




.600 


E 


420. 


.00 




.040 


E 


28 


9289 


1-1/4" INTERDUCT W/PULL PL EN 


500 


2. 


.000 


E 


1,000. 


,00 










:900062563 


1-1/4" INNERDUCT W/PULL PLEN R 


500 












5. 


. 000 


C 


25. 


:10SC76165 


1-1/4" CONDUIT "J" HANGER 


10 


312. 


. 920 


C 


31, 


.29 


25 


.000 


C 


2, 


2490KE30073 


SUPP GRIP R050 022-01-001 


3 


17. 


.200 


E 


51. 


.60 




.275 


E 




1000019090 


3/8-16 THRD ROD (Per Ft) 


10 


66 . 


, 000 


C 


6 . 


.60 


8 , 


. 000 


C 




1000019125 


CUTTING THRD ROD 


5 














. 016 


E 




64303M06132 


33+ 3/4 X 66FT PLST ELECT TAPE 


1 


3. 


.530 


E 


3. 


.53 




.500 


E 




GS30TB80S06 


TYRAP .091X 8" TY5232M 


30 


11. 


,060 


C 


3 . 


.31 


1. 


. 500 


C 




I10JL22625 


FIRE STOP COMPOUND TUBE 


3 


15. 


. 000 


E 


45 . 


. 00 




.300 


E 





. 82 
.80 
. 08 
.50 
.45 
. 90 



Total : 



1,561. 34 



Grand Totals: 



1, 561 .00 



59 . 06 



ARBUCKLE COSTIC ARCHITECTS, INC. 

363 State Street PROPOSAL REQUEST 

Salem, Oregon 97301-3533 

(503) 581-41 14, Fax (503) 581-3655, E-mail: architects@arbucklecostic.com 



PROJECT: 



OWNER: 



CONTRACTOR: 



Courthouse Square 
555 Court Street NE 
Salem, Oregon 97301 



Marion County and 
100 High Street NE 
Salem, Oregon 
97301 



Salem Area Mass Transit 
District 

3140 Del Webb Ave NE 
Salem, Oregon 97303-4165 



Pence/Kelly Construction, Inc. 
2747 Pence Loop SE 
Salem, Oregon 97302 



PROPOSAL 
REQUEST NUMBER: 

DATE: 



ARCHITECT'S 
PROJECT NO.: 

CONTRACT FOR: 



113 

May 22, 2000 
rev. Aug. 23, 2000 

9828 

General 
Construction 



CONTRACT DATED: February 1 7, 1 999 



Please submit an itemized quotation for changes in the Contract Sum and/or Time incidental to proposed modifications to the Contract 
DocurrieTits described herein. 



Description: (Written description of the Work) 

1 . Scope: Fiber Optics for Transit. 

2. Documents: 

a. Drawings E5.2.2 and E5.6.2 

3. Provide 2 each, multi mode fiberoptic cables between Computer Room 5125 and Data/Communications closet 1 152 
on the ground floor. 



Contract Sum change (add) (deduct) (no change) $ 

Time change (none) (increase) (deduct) days 
This Proposal Request will be invalid after 



Architect: 

Arbuckle Costic Architects, Inc. 

363 State Street 

Salem, Oregon 97301-3533 

By: 

Date: 



Contractor: 

Pence/Kelly Construction, Inc. 
2747 Pence Loop SE 
Salem, Oregon 97302 

By: 

Date: 



Owners: 

Marion County and 
100 High Street NE 
Salem, Oregon 97301 

By: 

Date: 



Salem Area Mass Transit District 
3140 Del Webb Ave NE 
Salem, Oregon 97303-4165 

By: 



Date: 



UPON EXECUTION BY ALL THREE PARTIES, CONTRACTOR IS AUTHORIZED TO PROCEED WITH THE WORK NOTED ABOVE 
AND A FORMAL CHANGE ORDER WILL BE ISSUED. File: 9828-1 1A 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 P«nce Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB# 63436 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #142; Parking Ramp Sign 



COR No. 



00324 



DATE: 8/23/00 
JOB: 99006 
ISSUE: 00430 



1 . Gojit ract ti me being extended 
4-T37TCalendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 8/25/00 ) 



For work described below, we offer the following quotation. 



Provide Parking Ramp Signage Additions per PR # 142 
The sign will be installed 3 weeks after approval. 



Total Cost: 



$692 






PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63436 




Potential Change or 



TO: Chris Moore 

Campbell Signs 
1865 12th Street SE 
Salem, OR 97302 




Project: Courthouse Square 

PCC Title: PR #142; Parking Ramp Sinage Additi 

Respond By: 8/23/00 



8/11/00 

JOBjt 99006 

ISSUE No.: 00430 
CONTRACT No.: 009906-10440 



The following Change Clarification Request is being considered. 
Please respond within five (5) days with any cost or time impact. 



Please provide a price for PR #142; Parking Ramp Sinage Additions, As soon as possible. 



0*T OF 'SlfeV OmlV Cost Impact: tjfflg,*- 

, ( ' Time Impact: ^.tokfe 

^ 4 ° * ^ \'tifS«W*.e*> Mum*** C ^^^/^) 
V.K io -spec 

Please check box if no time AND cost impact: Q 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 



Issued By: Dave Hays 



By: 



Date: 



Pro Management Systems, Inc. 



All responses require signature 
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ARBUCKLE COSTIC ARCHITECTS, INC. 

363 State Street 

Salem, Oregon 97301-3533 

(503) 58M 1 14, Fax (503) 58 1 -3655, E-mail: architects@arbucklecostic.com 



PROPOSAL REQUEST 



PROJECT: 


Courthouse Square 


PROPOSAL 
REQUEST NUMBER- 


142 




Salem, Oregon 97301 


DATE: 


August 1 1 , 2000 


OWNER: 


Marion County and Salem Area Mass Transit 


ARCHITECTS 






1 00 High Street NE District 


PROJECT NO.: 


9828 




Salem, Oregon 3140 Del Webb Ave NE 
97301 Salem, Oregon 97303-4165 


CONTRACT FOR: 


General 
Construction 


CONTRACTOR: 


Pence/Kelly Construction, Inc. 
2747 Pence Loop SE 








Salem, Oregon 97302 


CONTRACT DATED: 


February 17, 1999 



Please submit an itemized quotation for changes in the Contract Sum and/or Time incidental to proposed modifications to the Contract 
Documents described herein. 



Description: (Written description of the Work) 

1. Scope: Parking Ramp Signage Additions. 

2. Documents: 

a. Attached drawing. 



Provide additional sign type4B as shown on attached drawing, and apply to back side of soffit above security gates 
in exit ramp from parking garage. 



Contract Sum change_(add}) (deduct) (no change) 



CO 



Time change (none) ^ncrease ))(deduct) [tip* ^p#0v&^Oa^4^3t) Y\ 



days 



This Proposal Request will be invalid after 



Architect: 



Contractor: 



Owners: 



Arbuckle Costic Architects, Inc. Pence/Kelly Construction, Inc. Marion County 
363 State Street 2747 Pence Loop SE 100 High Street NE 

Salem, Oregon 97301-3533 Salem, Oregon 97302 



By: 
Date: 



By: 
Date: 



Salem, Oregon 97301 

By: 

Date: 



and Salem Area Mass Transit District 
3140 Del Webb Ave NE 
Salem, Oregon 97303-4165 



By: 
Date: 



UPON EXECUTION BY ALL THREE PARTIES, CONTRACTOR IS AUTHORIZED TO PROCEED WITH THE WORK NOTED ABOVE 
AND A FORMAL CHANGE ORDER WILL BE ISSUED. File: 9828-1 1 A 



PROVIDE HARDWARE FOR CEILING 

SUSPENDED INSTALLATION , , — TEXT HEIGHT 6" 

# ^ / ^ 



-v 




LEFT TURN ONLY 
YIELD TO BUSSES 




5lc3N TYPES 



SCALE; 3 V = 



COURTHOUSE SQUARE 

555 COURT STREET, SALEM, OREGON 



PRniP~r*a«<™ , ARBUCKLE COSTIC ARCHITECTS. Inc. 

PROJECT # 9828 I ^1 343 Stole Street 

Safeni.OR9730f-3J33 





PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: Rework on Folding Partition 



COR No. 



00326 f2. 



DATE: 8/31/00 
JOB: 99006 
ISSUE: 00381 



1 . Contracttime being extended 
-^^"Cafendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 8/28/00 ) 



For work described below, we offer the following quotation. 



Rework on old partition. 

Installation by Crawford Door is part of P/K contract. 



Total Cost: 



$578 






Accepted By: 
Date: 
Accepted By 



Pence/tfally Construction 



Reviewed By: 



MelwrTMark Companies - Craig Lewis 

Date: JO/s/od 



(&C — > 



Salem Xrea/ffansit - John Wittjngtoh 

Date: \ Wl^/vO 



Accepted 



Date: 



Billy Wasson 



Pro Management Systems, Inc. 
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CRAWFORD ROLL-LITE DOOR SALES OF ORE0ON, INC 



io340twspo«an«a. ♦ fMotkuonma 

(803)612*0064 <360)6**4070 
FAX (503) 612-0060 BM5S366 



ROLL-UTE 



Steve Schaad 



Aug. 30, 2000 



Pence/Kelly Construction 
2747 Peace Loop SR 
Salem, OR 97302-8109 



Qpertble Wall /Install Existing 
RE: Courthouse Square 
Salem, Oregon 



Dear Steve; 



We encountered several things that required field engineering, and panel re-woik: 

1. The original installation was a rcnu^ 

2. The new installation required one less panel and a perpendicular stack. 

3. The existing operable wall and track had already been removed No paperwork or original 
drawings were available. Stacks had to be cot to fit, and field engineered to allow panels to 
clear due to fKminarinn of a panel. 

4. We essentially took a remote sta& 

opening size from the original. We were extremely lucky wegot the wafltoworktndseaL 

The field labor, engineering, and re-work came to an additional cost ofS^OOCTOO, $ SOO 
We believe this to be fair since a new wall would have cost the owner in excestfof $6,000.00. 

Thank you for your consideration. 



Yours truly, 




MAY-24-2000 WED 03:24 PM PENCE KELLY 

OWUKD ROLL-LITE DR Fax >503-682-4954 




FAX NO. 503 585 7477 
_May 22 '00 16:28 



10340 S.W. ftotam COUft, TlMwtfn, Omon 870tt 
P««Mtf(lM)4l340»S VtaOMMr(MO)eOM070 
FAX (MS) 612.0080 



P. 15 




PENCE KELLY CONSTRUCTION INC. 
e747 P*nc» Loop 8E 
BaUp 



97398-8109 



OR 



SALESPERSON I 
CUSTOMER NO I 
CUSTOMER POi 
TERMS i 



Ml 

S0-KES13 
NET 30 



JOB: COURTHOUSE SQUARE 
BALEM, OR 



CHANQE ORDER 

INSTALL ONLY EXISTING OPERABLE PARTITION 
SALES INDUSTRIAL SPECIALITIES 




NET INVOICE i 

SALES TAX i 
INVOICE TOTAL! 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503)399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: Skimcoat on Syndecrete Casework 



COR No. 



00330 



DATE: 9/1/00 
JOB: 99006 
ISSUE: 00440 



1 . CorrtpaCt time being extended 

Calendar days. 

2. Acceptance of COR prior to our 
deadline date of I 9/5/00 ) 



For work described below, we offer the following quotation. 



Provide Skimcoat clear finish sealer to horizontal surfaces of Syndecrete casework. 



Total Cost: 



$919 




a 

Hi 



3 

O 

UJ 



CQ 



CQ 

E 
E 

CO 

E 



o 
O 



'6 5 a * 



Si 



O 
o 

5 



z 

3 



o 

CO 



05 
O 
O 

o 




5 

o 15 
O CO 



o P 

q tA 

§ s 



II 

CL CO 



O QC 



t 

z 



c 
g 

e 

"to 
c 
o 
O 



0) 



2 



O 
P 



CD 
Q. 




*/ i/UU 10:S8AM; 503 6B5 7477 - > PENCE KELLY; Page Z 

FAX NO. 503 585 7477 P. 02 



SEP-01-2000 FRI 10:42 AM PENCE KELLY 

FROM : RCT ION-PR IDE CABINETS INC. PHONE NO. : 541+393+2061 



Sep. 01 2000 10;028M P02 



ACTION-PRIDE CABINETS, Inc. 




mtl (Slat Rd, ♦ Bend, OR. 97701 ♦ USA 
Phont 041-383-2061 • Fax 541-330-3058 ♦ E<m»»apeQt»ndnt<,Mrn 



FrWa>y, September 0\, 2000 



TO: Pence/Kelly Const, Co, 
2747 Fence loop SB 
Salem, OR. 97302 

ATT: Pave Hays 

re: COURTHOUSE SQUARE - 99006 



Syndscrete bae an option called "£>klmcoat n , it is a c\ear finish eeafer applied to 
the horizontal surfaces only. It will fill In the holee to make a smooth surface Ideal 
for writing on, while allowing the natural texture to be eeen.. I believe adding thle to 
the 2 hoods should be considered. The cost would be only $675.00. Please let nie 
know If you need additional Information & If we should move forward with this. 




Prten Little (President) 
Action-Pride Cabinets, Inc. 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB# 63436 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 
COR Title: Waterstop at ramp 



COR No. 



00331 



DATE: 9/5/00 
JOB: 99006 
ISSUE: 00442 



1 . Contract time being extended 
^^TTCalendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 9/7/00 ) 



For work described below, we offer the following quotation. 



Provide Water Stop under curbs and sidewalks at ramp. 



Total Cost: 



$504 




MelvTfvMark Companies - CraTg Tewis 




Accepted By: 
Date: 
Accepted By:_ 



Penc 



n Gremmeis 



Salem Area/Transit - John Wittipgton 

Date: (/ |0 l ^/bO 



Marion CounTy - Billy Wasson 



Pro Management Systems, Inc. 
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MASCO 



mnwVIW wvrrui OUIWirAIMT 

Construction and Industrial Materials 



Portland, OR 
(503)234-4321 
(000)537-3407 



WASHINGTON 

(425)487-6101 
(800)537-6210 



Airport (PDX), OR 
(503) 254-881B 



Clackamas, OR 
(503) 722-1528 



Eugene, OR 
(541)744-6696 



Hilliboro, OR 
(503) 533-0107 



Salem, OR 
(503) 585-5504 



Tualatin, OR 
(503) 612-6575 



Seattle, MM 
(206)767-4645 



Tacoma, WA 
(253)561-6161 



Vancouver, WA 
(360) 993-5363 



Vancouver Form Yard, W 
(360)737*7969 



DOCUMENT: p itl£ i if ], f i/^cUdj Hat 
CUST#: jswi 



1? E ? a I • : *•* 



f UPC VENDOR ORDER # 


TAKEN BY ^ 


mm 1 S9B80t 




P0 DATE M 


rif.i-HfiP0#. 


PAGE f \ 




mi 


1 ) 



m m m 



BILL TO: PFXCE/um CMSrMCriM Iff€ 
212/ Pflia t? S£ 

Sil t £N . H 97302-8169 



SHIP TO: SAIE* (CMS f HOUSE 

655 C0*j* f S7 «£ 
SAIEK. 0# 9/3*1 



CORRESPONDENCE TO: msoft* Supply Coftpday 



?srtl«^i, M 9724? 



INSTRUCTIONS: 



STAGING AREA: Sl*B*p 

US 



^■■v^.VIA - 


REQUEST 


SHIPPED 


T^ 











LINE 


PRODUCT 


UPC 


BIN 


QUANTITY 


QUANTITY 


QUANTITY 


QTY 






AMOUNT 




AND DESCRIPTION 


ITEM ^ 


LOCATION 


ORDERED 


B.O. 


SHIPPED 


UM 


RECEIVED 


CARTONS 


(NET) 


! 


ac tnen 


MM# 




3.8» 


9M 


?.M 


BX 


3 




38?. M 




CETC9 IM*!I IM' 






















M/MtUT 














2- 










M0M 




2.M 




2,M 


19 




3.30 
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0.00 



UfC Pag* 



ECEIVED BY 



DRIVER 



TIME OUT. 



TIME IN 



WARNING; Do not (*• Ukct sand ts a dry abrasive blasting agent Dry sawing, grinding and sandblasting o< concrete masonry products may result In the release of dust particles (reotabie crystaine quartz) which could cause minor eye or nose irritation » proper 
protection la not in place. Respiratory and eye protection is retired a* ipecffled In the Material Safety Data Sheet (MSOS) for Concrete Masonry Products, provided by this company. HEALTH HAZARD WARNING; Prolonged Inhalation ol airborne stfca particles contatted 
in silica sand, and other sflca-contalrttig materials can cause detayed lung Injury Including SILICOSIS, a progressive, disabling and sometimes fatal lung disease. JARC has determined mat crystalline and mlcrooyslaWne silica inhaled from occupational sources pi catte 
CfjrJUaaMllUwsrso^youtotafc»prsc«^ 



ITION: FRESHLY MIXED CEMENT. MORTAR, CONCRETE, OR GROUT MAY CAUSE SKIN INJURY. AVOID CONTACT WITH SKIN WHERE POSSIBLE AND WASH EXPOSED SKIN AREAS PROMPTLY WITH WATER. IF ANY CEMENT MIXTURES GET INTO EYES, RWSE 
MEDIATELY AND REPEATEDLY WITH WATER AND GET PROMPT MEDICAL ATTENTION. KEEP OUT OF REACH OF CHILDREN. CUSTOMER ASSUMES FULL RESPONSIBILITY FOR DAMAGE TO SIDEWALKS. CURBS, DRIVEWAYS. OR OTHER PROPERTY ON THE 
rnt'MISES WHEN REQUESTING DELIVERIES OF MATERIALS TO BE MADE OTHER THAN ON THE STREET. WHEN CUSTOMER REQUESTS MATERIAL CUSTOMER ASSUMES RESPONSIBILITY FOR ANY DAMAGES RESULTING FROM LOADING MATERIALS ON VBOOX 
NO CREDIT WILL BE ISSUED FOR MATERIAL RETURNED 45 DAYS AFTER ORIGINAL PURCHASE RETURNED MERCHANDISE MUST HAVE PRIOR APPROVAL OF THE SELLER ANO WILL BE SUBJECT TO A 15% HANDLING CHARGE. MERCHANDISE MUST BE SALABLE 
AND RETURNED ON A FREIGHT PREPAIO BASIS. A FINANCE CHARGE IS COMPUTED BY A SINGLE PERIODIC RATE OF 1 7iS WHICH IS AN ANNUAL PERCENTAGE RATE OF 18%. ■ ' 

MAIMER OF WARRANTIES: NEITHER SELLER NOR MANUFACTURER HAS ANY KNOWLEDGE OR CONTROL CONCERNING THE PURCHASER'S USE Of THE PRODUCTS. NO EXPRESS WARRANTY IS MADE BY 
LER OR MANUFACTURERS WITH RESPECT TO THE RESULTS OF ANY USE OF THE PRODUCTS. NO IMPLIED WARRANTIES, INCLUDING BUT NOT LIMITED TO AN IMPLIED WARRANTY OF THE MERCHANTABIL- 
OR AN IMPLIED WARRANTY OF FITNESS FOR A PARTICULAR PURPOSE, ARE MADE WITH RESPECT TO THESE PRODUCTS. ■) ^ . .* 4 ,. ...... ■ 

IF AN ATTORNEY IS EMPLOYED TO ENFORCE THIS AGREEMENT, MASONS SUPPLY SHALL BE ENTITLED TO ATTORNEY FEES AND COSTS. IRRESPECTIVE OF WHETHER ANY LEGAL PROCEEDING IS COMMENCED, IF 
ANY LEGAL ACTION, ARBITRATION. OR OTHER PROCEEDING IS BRXJUGHTJINCLUDING ANY BANKRUPTCY), THE PREVAILING PARTY SHALL BE ENTITLED TO RECOVER REASONABLE ATTORNEY FEES AND OTHER 
COSTS, BOTH AT TRIAL ANO ON APPEAL RETURN MERCHANDISE SUBJECT T0 18% DISCOUNT. DELIVERY COPY 





PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



COR No. 



00332 



DATE: 9/8/00 
JOB: 99006 
ISSUE: 00447 



Project: 
COR Title: 



Courthouse Square 
RFIs 584/582 



1 . CoptrapWime being extended 
^yTcalendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 9/12/00 ) 



For work described below, we offer the following quotation. 



Provide Type 'SD' fixture @ grid 10-A-A per RFI 584 (The fixtures are 5-7 weeks out) 
Remove and re-install Emergency Light @ room 3120 per RFI 582 



Total Cost: 



$624 





Accepted By: 
Date: 
Accepted By: 



nstruction, Inc. - John Gremmels 



Reviewed By: 



Salem frec|f Transit 

Date: \./ 10 




MehWTMark Compal 

Dat !i__i*l <h 



Acceptec 



Marion Count/ - Billy Wasson 



Date: 



Pro Management Systems, Inc. 
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ALBANY REGIONAL OFFICE 



ELECTRICAL 

CONST ^ ICTION CO. 

September 7, 2000 



Jo i i Gremmels, Project Engineer 
Peroe / Kelly Construction, Inc. 
P.f Box 4109 
Sa! m, OR 97302-8109 

P ii Courthouse Square RFI- 584 Install Type 'SD' fixture @ Grid 10-A-A 

EC Change Request # 62759-94 



Vv j are pleased to provide our quotation for the above referenced additional work. Our price is limited to 
ek ■! trical work specifically called for in the Architect's/Engineer's instructions. 



Conditions of this proposal are as follows: 

• Shipping may be 4-6 weeks from date of order, time extension must be allowed. 

• Pricing is based on normal working hours 

• This proposal is valid for 10 calendar days following the date of this letter. 

W j trust this meets with your approval and await your response. If you have any questions or require any 
additional information please contact me. 



IX'i r John, 



Our price for this additional work is 
Additional Contract time required .. 



$ 495,00 
30 Days 



Sin erely, 




Craig Davis 
Proiect Manager 



1# 62759-94 



12758 Old Hwy. 34 S.E. • P.O. Box 925 • Albany, Oregon 97321 • Telephone (541) 926-4266 • (800) 598-4266 • Fax (541) 926-4268 

www.e-c-company.com • OR CCB# 49737 




CHANGE ORDER ANALYSIS 
Summary Sheet 

Provide Type 'SD* fixture® Grid 10-A-A DATE: 09/07/00 



COMPANY 

CO # 94 EC Proposal # : 62759-94 



Owner's Ref. #: RFI-584 

A. TOTAL PRICE THIS CHANGE ORDER 

as shown in item 15; $ 495.00 

B. Scope to be performed: 

1 . See attached documents 



Cost 


Summary: 






1. 


Total Material Cost (see back-up) 


$ 


375.00 


2. 


Total Burdened Labor Cost (see back-up) 




75.00 


3. 


Subcontractors Cost (see back-up) 




0.00 


4. 


Equipment Cost (see back-up) 




0.00 


5. 


Other Miscellaneous Costs (see back-up) 




0.00 


6. 


Small Tool allow % of item 2 






7. 
8. 


Record Drawings and Submittals 

Warranty Work 0.00 %of direct expenses 






9. 


Overhead 10 % 




45.00 


10. 


PROFIT at % 






11. 


B&OTax % WAonly 






12. 


Sales Tax 0.00 % 






13. 


Bond 0.00 % 




0.00 



TOTAL PRICE THIS CHANGE ORDER $ 495.00 



This change order requires a schedule adjustment of O days. Pricing subject to 
revision after 30 days. 

The costs represented include only those clearly identified at this time. No impact or delay costs are 
included. Should it be determined at a later date that the project is impacted by multiple scope 
changes, or causes beyond our control, those costs may be submitted at that time. Work will commence 
upon written acceptance by an authorized agent. 



E C Company 
Craig Davis PM 



Authorized Agent 



Project Manager 



CHANGE ORDER ANALYSIS 



Date: 



9/7/00 



CO# 94 



(X)Field ( )Shop 



LABOR COST SUMMARY 



EC Proposal # : 
Owner's Ref. #: 



62759-94 



RF1-584 



DIRECT LABOR WAGE 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Direct Labor Cost 



Total 
Hours 



1.50 



Rate 



42.12 
50.00 
55.00 



Cost 



0.00 
75.00 

0.00 
75.00 



PAYROLL TAXES 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 



1.50 



0.00 ####### #VALUE! 



0.00 
0.00 



0.00 



BENEFITS 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 



1.50 



0.00 mUUU #VALUE! 



0.00 
0.00 



0.00 



Subtotal Labor Cost 

Subsistence, Per Diem, and Parking 



75.00 



LABOR TOTAL 



1.50 



$ 75.00 



CHANGE ORDER ANALYSIS 



MATERIAL COST SUMMARY 



CO# 94 



EC Proposal # : 
Owner's Ref. #: 



62759-94 



RFI-584 



Material 

1. 
2. 
3. 
4. 
5. 
6. 
7. 
8. 
9. 
10. 
11. 
12. 
13. 
14. 



Material (see back-up) 



#of 
Units 

1.00 



Unit 
Cost 
Each 
375.00 



Cost 



375.00 



Freight 



Waste and Spoilage 



Subtotal Material Cost 

Sales and other Taxes 

Shipping, Storage, Distribution @ 

Restocking 



375.00 



% 



TOTAL COST OF MATERIALS 



375.00 



fOB: 19063 Mat^Std Lab=Stdl 
COURTHOUSE SQUARE 08-06-99 



Electrical Construction Co. 
BID TAKE-OFF DETAILS 
09-07-00 14:14 Pg : 1 



'ENCE / KELLY CONST 



MATERIAL 



'ART NUMBER DESCRIPTION 



COUNT 



UNIT 



EXTENDED 



BID ITEM 
ECCR-94 



SYSTEM 
RFI-5S4 



ESTIMATOR 
CRAIG 



6 03 TYPE 'SD' FIXTURE 

604 FREIGHT CHARGE 



350.000 E 
25.000 E 



350.00 
25. 00 



Total: 



375.00 



Grand Totals: 



375.00 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Potential Change or Clarification 



TO: Craig Davis 

Electrical Construction Company 
P.O. Box 925 
Albany, OR 97321 

Project: Courthouse Square 

PCC Title: RFI 584; SD Fixture at 10A-A 

Respond By: 9/8/00 



PCC No. 



00104 



DATE: 9/5/00 

JOB: 99006 

ISSUE No.: 00443 
CONTRACT No.: 9906-16000 



The following Change Clarification Request is being considered. 
| Please respond within five (5) days with any cost or time impact. 

Please immediately provide a cost for RFI 584; SD Fixture at 10A-A. We need this cost right away. 

Cost Impact: Y^T"^ 



Time Impact: 



Please check box if no time AND cost impact: []] 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 



Issued By: John Gremmels 




ro Management Systems, Inc. 



All responses require signature 



Bant" By:' PENCE KELLY; 



AKBUCKLE C0ST1C 
503 364 5382 ; 



COURTHOUSE SQR 
S8P-5-00 6:20AM; 




PENCE/KELLY 

CONSTRUCTION, INC. 

27*7 p.nci loop SE, Sal«n. OR (503) 389-7223 

Portland (603) 324 4681 Ka* (603) S85-7477 

CCa * 93435 



Paga 3/3 



Request for 



Information 



TO: Leonard Lodder 

ArbuckJe Costic Architects 
363 State Street S.E. 

Salem, OR 97301-3533 

Project: Courthouse Square 
Subject: SD fixture @ 10A - A 
Please process and return by no later than 9/1 #00 



RFI No. 



00584 



DATE: 9/5/00 
JOB: 99006 
ISSUE No.: U|q3 



Question 



Spec. Ref. 



Dwg. Ref. # E3.2.2 



Sheet E3.2.2 does not call for an SD fixture @ 10A-A on the south side. Please Advise 



Signed: John Grpmmala 




Response By: f 


irm: 




Date: 






-7H^^ <£>Vx>\A\jO ffe ^ 




*5ckrvA ^<u?& r^- this 





Upon receipt of ttu^RFI you must notify Pence/Kally within 
sxtra to yoyj^tontract. Additional costs must be submitted 



Dato 



Craig LewIsTMIvtDC 



Kit auffin/if Sv&lema, IrK. . 



2 days, whether the RFI is a no cost change, or 
within 10, days of receipt. 



Page 1 of I 




ALBANY REGIONAL OFFICE 



ELECTRICAL 

INSTRUCTION CO. 

September 7, 2000 



John Gremmels, Project Engineer 
Pence / Kelly Construction, Inc. 
P.O. Box 4 109 
Salem, OR 97302-8109 

RE: Courthouse SquareRFI-582 Remove & re-install Emergency light @ Rm 3120 

EC Change Request # 62759-93 



We are pleased to provide our quotation for the above referenced additional work. Our price is limited to 
electrical work specifically called for in the Architect's/Engineer's instructions. 



Conditions of this proposal are as follows: 

• Pricing is based on normal working hours 

• This proposal is valid for 30 calendar days following the date of this letter. 

We trust this meets with your approval and await your response. If you have any questions or require any 
additional information please contact me, 



Dear John, 



Our price for this additional work is 
Additional Contract time required 



$ 99.00 
,0 Days 




Sincerely, 



Craig Davis 
Project Manager 



ECCR# 62759-93 



32758 Old Hwy. 34 S.E. • RO. Box 925 • Albany, Oregon 97321 • Telephone (541) 926-4266 • (800) 598-4266 • Fax (541) 926-4268 

www.e-c-company.com • OR CCB# 49737 




CHANGE ORDER ANALYSIS 

Summary Sheet 
Remove / Re-install Emg. Fixture 



DATE: 



COMPANY 

CO# 93 



EC Proposal # : 62759-93 



A. TOTAL PRICE THIS CHANGE ORDER 

as shown in item 15; 

B. Scope to be performed: 

1 . See attached documents 



Owner's Ref. #: RFI-582 
$ 



09/07/00 



99.00 



C. Cost Summary: 



1. 

2. 

3. 

4. 

5. 

6. 

7. 

8. 

9. 
10. 
11. 
12. 
13. 



Total Material Cost (see back-up) 
Total Burdened Labor Cost (see back-up) 
Subcontractors Cost (see back-up) 
Equipment Cost (see back-up) 
Other Miscellaneous Costs (see back-up) 



$ 



Small Tool allow 0_ 

Record Drawings and Submittals 
Warranty Work 0.00 
Overhead 10 

PROFIT at 

B&OTax 

Sales Tax 0.00 
Bond 0.00 



%of item 2 

% of direct expenses 

% 



% 
% 
% 
% 



WAonly 



TOTAL PRICE THIS CHANGE ORDER 



$ 



15.00 
75.00 
0.00 
0.00 
0.00 



9.00 



0.00 
99.00 



This change order requires a schedule adjustment of 
revision after 30 days. 



days. Pricing subject to 



The costs represented include only those clearly identified at this time. No impact or delay costs are 
included. Should it be determined at a later date that the project is impacted by multiple scope 
changes, or causes beyond our control, those costs may be submitted at that time. Work will commence 
upon written acceptance by an authorized agent. 



E C Company 
Craig Davis PM 



Authorized Agent 



£2x 



CHANGE ORDER ANALYSIS 



Date: 9/7/00 



CO# 93 



(X)Field ( )Shop 



DIRECT LABOR WAGE 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Direct Labor Cost 



LABOR COST SUMMARY 



Total 
Hours 



EC Proposal # : 
Owner's Ref. #: 



Rate 



1.50 



42.12 
50.00 
49.00 



62759-93 



RFI-582 



Cost 



0.00 
75.00 

0.00 
75.00 



PAYROLL TAXES 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 



1.50 



0.00 ####### #VALUE! 



0.00 
0.00 



0.00 



BENEFITS 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 



1.50 



0.00 ####### #VALUE! 



0.00 
0.00 



0.00 



Project Manager 



Subtotal Labor Cost $ 75.00 

Subsistence, Per Diem, and Parking 

LABOR TOTAL 150 $ 75.00 




CHANGE ORDER ANALYSIS 



MATERIAL COST SUMMARY 



CO# 93 



EC Proposal # : 
Owner's Ref. #: 



62759-93 



RFI-582 



Material 

1. 

2. 
3. 
4. 
5. 
6. 
7. 
8. 
9. 
10. 
11. 
12. 
13. 
14. 



Material (see back-up) 



#of 
Units 

1.00 



Unit 
Cost 
Each 
15.00 



Cost 



15.00 



Freight 



Waste and Spoilage 



Subtotal Material Cost 

Sales and other Taxes 

Shipping, Storage, Distribution @ 

Restocking 

TOTAL COST OF MATERIALS 



15.00 



15.00 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Co 



Potential Change or Clarification 



TO: Craig Davis 

Electrical Construction Company 
P.O. Box 925 
Albany, OR 97321 

Project: Courthouse Square 

PCC Title: RFI 582; Emergency Exit Light in rm 

Respond By: 9/8/00 



PCC No. 



00105 



DATE: 9/5/00 

JOB: 99006 

ISSUE No.: 10015 
CONTRACT No.: 9906-16000 



r 



The following Change Clarification Request is being considered. 
Please respond within five (5) days with any cost or time impact. 

Please immediately provide a cost for RFI 582; Emergency Exit Light in rm 3120. We need this cost right away. 



Cost Impact: 
Time Impact: 



Please check box if no time AND cost impact: Q 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 



Issued By: John Gremmels 




ro Management Systems, Inc. 



All responses require signature 



./ W V/ *. ^ V* *> 



sont 3y: pence *e<- LY; a l c finF cc 
To: Arbuckla Cosrlc At: 5813655 



503 364 5382 ; 



3ep-5-00 8:20AM; Page WO 




PENCE/KELLY 

CONSTRUCTION, INC, 

2747 Penc« Loop 3E, S ■Urn. OK 97302 (503) 309-7223 
Portland (503) 224-««ai Fax (603) 585-7*77 

CC8tfft*tt5 



Request for 



Information 



TO: Leonard Lodder 

Arbuckle Costic Architects 
363 State Street S.E. 

Salem, OR 97301-3533 

Project: Courthouse Square 
Subject: Emergency Exit Light in rm 3120 
Please process and return by no later than , .9/1#00 



RFI No, 



00582 



DATE; 9/5/0O 
JOB: 99006 
ISSUE No,: M H H 



Question 



Spec. Ref 



Dwg. Ref, # E3.4.3 



Sheet E3.4.3 has an Emergency Exit Light located on the East wall of rm 3120. The Fire 
Marshall wants it removed and located @ DA Expansion in front of Door 3122-A. Please 
Advise. 



Signed: John Gremmels 



Response 



By; 



Firm: 



Date: 



1 'oon receiptp^this RFIvou must notify Pence/Kelly withijp 
i extra fcfcwur cpntj£r£t Additional costs must be submi 

ay/. /I 
c 



2 days, whether the RFI is a no cost change, or 
tted within 10, days of receipt. 



Craig Lewis, MMDC 

Pre ...dnatt««w*m 9y*uwrtft. ino. 



Data; &^/ / &5/&2Cc> 



Sec PCC 



Page t or l 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB# 63435 



1 -t 9 n 
x. ^ 1 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR 149; Ladder at Water Services 



COR No. 



00333 



DATE: 9/8/00 
JOB: 99006 
ISSUE: 00447 



1 . Contract time being extended 
44©-)*Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 9/12/00 ) 



For work described below, we offer the following quotation. 



Provide Ladder for water service room per PR 149 



Total Cost: 



$826 





Melvlrrwrk Companies - Craig Lewis 



Accepted By: 



PencafKelftjjConstruction. Inc. - John Gremmels 

Date: // J/©o r 



Accepted By:_ 




Salem/kreg Transit - John W|l 

Date: \ I [Q j^/o 



ittingt^ 
'OO 



Reviewed 

Date 

Accepted 

Date: 




Pro Management Systems, Inc. 
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Received: Q/ 7/00 12:12PM; 541 747 9510 -> PENCE KELLY; Page 2 

FROM : RELIABLE FABRICATION 8, RENEUAL PHONE NO. : 541 747 9519 Sep. 07 2000 11 :55AM P2 
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To: R«liabl6 Fab At: 154' 747951 9 




PENCE/KELLY 

CONSTRUCTION. INC. 

2747 Pane* Loop SE Satan. OH 87*01 (001) 380-7223 
*>riUnd<W3) 2244M1 F« (SOS) 6W-7477 

CCS* (MM 



Potential Change or Clarification 



TO: Chuck Howe 

Reliable Fabrication & Renewal 
P.O. Box 70125 
Eugene, OR 97401 

Project: Courthouse Square 

PCC Title: PR #149; Ladder to Water Services 

Respond By: 0/8/00 



PCC No. 



00060 



DATE: 9/6/00 
JOB: 99006 
ISSUE No.: 

CONTRACT No.: 9906-05120 



The following Change Clarification Request Is being considered. 
Please respond within five (5) days with any cost or time impact. 



Please provide a cost for PR #149; Ladder to Water Servfces Room. P/K will intall. Wo need this cost Immediately. 



Coat Impact: 



Time Impact: S To 7 &#yS 



Please check box if no time AND coat impact: Q 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 



Issued By: John Grwnmela 




Date: - &Q 



All responses require signature 



Received: a/ 7/00 12-14PM- 

4PM ' 541 7 +7 961 S -> PENCE KELLY; p a(Je 6 

FROM : RELIABLE FABRICATION & RENEUAL PHONE NO : 541 747 9519 







ARBUCKLE COST1C ARCHITECTS, INC. 

363 StBCO StrwK 

Sakm, Or««on 97301-3533 

(503) 5BMI 14. fax (503) 5610655. E-fnodl: airhicAcu@arbwckl*cosrlr.O)m 



PROPOSAL REQUEST 



PROJECT; 


Courthouse Square 
556 Court Street NE 
Salem, Oregon 97301 


PROPOSAL 
REQUEST NUMBER: 

DATE: 


149 

September e, 2000 


OWNER: 


Marion County md Salem Area Mass Transit 
100 High Streot NE District 
Salem, Oregon 31 40 Del Webb Ave NE 
97501 Salem. Oregon 07305-4165 


ARCHITECTS 
PROJECT NO.: 

CONTRACT FOR: 


*82d 

General 
Construction 


CONTRACTOR: 


Pence/KeUy Construction, Inc. 
2747 Pence Loop SE 
Saiem, Oregon 97302 


CONTRACT DATED: 


February 17, 1999 



Pte&se submit an Itemised quotation for changes in the Contract Sum and/or Time Incidental to proposed modifications to the 
Contract Oocumerta described herein. 



Description: (Mitten dwe^otion of the VSfcrk) 

1. Scope; Ladder for Water Service Room 

2. Documents: 

a. Drawing SD-101. 



Provide steel access ladder at water servtcB room as shown on attached drawing, 




Contract Sum cnange (add) (deduct) (no change) 
Time etiango (none) (Increase) (deduct) 
This Proposal Request win be invalid after 



Architect 



Contractor 



Owen: 



Arbuckle Costfc Af chfceete, Inc. Pence/Kelly Conduction, ina Marion County 
363 Stat. Stia« ^747 Pane* Loop SE 100 H«n Street NE 

Salem. Ofooon »^301-3S33 Safcm. Oregon 97302 Salem. Oregon G7301 



By: 
Date: 



By: 
Date; 



By: 
Detsc 



s bos* 1 

SXo'f days 



opd Salem Area Maw TrwiyK Dkrticr 
3140 Del Webb Ave N£ 
Saiam, Oregon 3,7303-41 o3 



By: 
Pate: 



SS 1 , " BYA 4"I" REE PART1K - CONTRACTOR IS AUTHORIZED TO PROCEED WITH THE WORK NOTED ABOVE 
AND A FORMAL CHANOft ORDER WILL BP ISSUED " " 1 " fc NOTED ABOVE 



F»ie:se2fl.iiA 



lecoivea: o/ r / oo 12:14PM; 



841 747 051 9 -> PfcNtit KteLLY; Page O 

Sep. 07 2000 11 :57AM P6 



FROM : RELIABLE FABRICATION & RENEWAL PHONE NO. iJAl 747 ^ -p age 3/3 



Sent By: 3 ENCE KEl'uY; 



503 384 5382 




WATER SERVICE LADDER 

SCALEt 1/2" = 



COURTHOUSE SQUARE 

555 COURT STREET, SALEM OREGON 

PROJECT 9822 

SD-10J 

C9/06/2O0O 




MUUXKS CQSnCAXCHnECTZ inc. 
mmmm 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB# 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 

Project: Courthouse Square 

COR Title: PR #1 52; cctv Security Stations 



COR No. 



00334 



DATE: 9/8/00 
JOB: 99006 
ISSUE: 00450 



1 . Contract time being extended 
( Calendar days. 

2. Acceptance of COR prior to our 
deadline date of { 9/12/00 ) 



For work described below, we offer the following quotation. 



Provide cctv Security Stations per PR #152 

This work will not be completed until after substantial completion. 



Total Cost: 



$1,164 




Accepted By: 
Date: 

Accepted By: 
Date: 




Pro Management Systems, Inc. 




ALBANY REGIONAL OFFICE 



ELECTRICAL 

CONSTRUCTION CO. 

September 7, 2000 



John Gremmels, Project Engineer 
Pence / Kelly Construction, Inc. 
P.O. Box 4 109 
Salem, OR 97302-8109 

RE: Courthouse Square PR-152 CCTV Security Stations 

EC Change Request # 62759-92 

Dear John, 

We are pleased to provide our quotation for the above referenced additional work. Our price s limited to 
electrical work specifically called for in the Architect's/Engineer's instructions. 



Conditions of this proposal are as follows: 

• Pricing is based on overtime labor rates. 

• This proposal is valid for 30 calendar days following the date of this letter. 

We trust this meets with your approval and await your response. If you have any questions o require any 
additional information please contact me. 



Our price for this additional work is 
Additional Contract time required .. 



$ 1,108.00 
... 5 Days 




Sincerely, 



Craig Davis 
Project Manager 



ECCR# 62759-92 



32758 Old Hwy. 34 S.E. • RO. Box 925 • Albany, Oregon 97321 • Telephone (541) 926-4266 • (800) 598-4266 • f : ;ix (541) 926-4268 

www.e-c-company.com - OR CCB# 49737 



CHANGE ORDER ANALYSIS 
Summary Sheet 

CCTV Security Stations DATE: 09/07/00 



COMPANY 

CO# 92 



A. TOTAL PRICE THIS CHANGE ORDER 
as shown in item 15; 



B. Scope to be performed: 



1 Cpp nf+apVioH rinpi impntc 
1. t5CC clLldLIltTU UUCUlilCIlL^ 






v^osx ouinrnary. 






1. i yJiCLi i viaid idi v^uoi y^oCv udv/iv uu j 




± / *-p.WV_/ 


2. Total Burdened Labor Cost (see back-up) 




833.00 


3. Subcontractors Cost (see back-up) 




0.00 


4. Equipment Cost (see back-up) 




0.00 


5. Other Miscellaneous Costs (see back-up) 




0.00 


6. Small Tool allow % of item 2 






7. Record Drawings and Submittals 






8. Warranty Work 0.00 %of direct expenses 






9. Overhead 10 % 




100.70 


10. PROFIT at % 






11. B&OTax % WAonly 






12. Sales Tax 0.00 % 






13. Bond 0.00 % 




0.00 


TOTAL PRICE THIS CHANGE ORDER 




1,107.70 




EC Proposal # : 62759-92 
Owner's Ref. #: PR-152 



$ 1,108.00 



This change order requires a schedule adjustment of days. Pricing subject to 
revision after 30 days. 

The costs represented include only those clearly identified at this time. No impact or delay costs are 
included. Should it be determined at a later date that the project is impacted by multiple scope 
changes, or causes beyond our control, those costs may be submitted at that time. Work will commence 
upon written acceptance by an authorized agent. 



E C Company 
Craig Davis PM 



Authorized Agent 



CHANGE ORDER ANALYSIS 



Date: 9/7/00 



CO# 92 



(X)Field ( )Shop 



DIRECT LABOR WAGE 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Direct Labor Cost 



LABOR COST SUMMARY 



Total 
Hours 



EC Proposal # : 
Owner's Ref. #: 



Rate 



15.00 
1.50 



42.12 
50.00 
55.00 



62759-92 



PR- 152 



Cost 



0.00 
750.00 
82.50 
832.50 



PAYROLL TAXES 
Electrician (see back-up) 
Field Foreman 
General Foreman 

Subtotal Payroll Taxes/Benefits 



15.00 
1.50 



0.00 ####### 

0.00 

0.00 



#VALUE! 
0.00 



BENEFITS 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 



15.00 
1.50 



0.00 
0.00 
0.00 



####### 



#VALUE! 
0.00 



Project Manager 



Subtotal Labor Cost 

Subsistence, Per Diem, and Parking 



832.50 



LABOR TOTAL 



16.50 



$ 832.50 



CHANGE ORDER ANALYSIS 



MATERIAL COST SUMMARY 



CO# 92 



EC Proposal # : 
Owner's Ref. #: 



62759-92 



PR-152 



Material 



#of 
Units 



Unit 
Cost 
Each 
174.00 



Cost 



1. 



Material (see back-up) 



1.00 



174.00 



2. ; 

3. 

4. 

5. 

6. 

7. 

8. 

9. 

10. 

11. 

12. 

13. Freight 

14. Waste and Spoilage 

Subtotal Material Cost $ 174.00 

Sales and other Taxes 

Shipping, Storage, Distribution @ % 



Restocking 



TOTAL COST OF MATERIALS 



$ 



174.00 



JOB: 19063 Mat-Std Lab-Std2 
OURTHOUSE SQUARE 08-06-99 



Electrical Construction Co. 
BID TAKE-OFF DETAILS 
09-07-00 14 :03 Pg: 1 



PENCE / KELLY CONST 



PART NUMBER 


DESCRIPTION 


COUNT 


=========== 

ID ITEM 


SYSTEM 




ECCR-92 


PR-152 




2001002003 


1" EMT CONDUIT 


30 


J.3G05002203 


3/4" ALUMINUM GREENFIELD 


6 


1900WM08031 


RACEWAY BASE GRAY G-4000B 


20 


900WM08032 


RACEWAY COVER GRAY G-4000C 


20 


900WM08033 


RACEWAY DIVIDER GRAY G-4000D 


20 


1900WM08894 


ENTRANCE END FITTING G-4010D 


1 


995ZZ00106 


MEASURING STRING 


8 


1102000560 


GALV NPPLE 2 IN X 12" COND.PIPE 


1 


2210AP15815 


STEEL LOCKNUT 2 IN BL200 


4 


^21QCD18266 


1" CADDY CLIP 


3 


400RC02193 


3/4 D/C SQZ FLEX CONN 


2 


z710RC00673 


1G CUT-IN/ 1/2" KO, 2 3/4" DP 


1 


2710RC00687 


HOLD IT TYPE -1 PAIR "F- STRAPS" 


1 


710RC00688 


FISH FLEX IN WALL 


1 


_410AP25050 


V/D FACE PLATE a555650A 


1 


65308072020 


#8 x 3/4" PAN HD TAP SCREW 


15 


530DT17555 


TEK SCREW HEX 10-16X1 


2 


110ZZ10970 


REMOVE/ INSTL CEIL TILE 


1 



Total : 



Grand Totals : 



- - MATERIAL LABOR 

UNIT EXTENDED UNIT HOURS 



ESTIMATOR 
CRAIG 



126 


. 44 


C 


37 


. 93 


6 


.800 


C 


2 


. 04 


54 


. 350 


c 


3 


.26 


5 


. 600 


C 




.33 


273 


. 000 


c 


54 


.60 


12 


. 500 


C 


2 


, 50 


158 


. 000 


c 


31 


.60 


2 


. 500 


c 




. 50 


53 


. 000 


c 


10 


.60 


5 


. 000 


c 


1 


. 00 


1, 326 


. 000 


c 


13 


.26 


76 


. 000 


c 




. 76 


89 


.500 


M 




.71 


6 


.250 


M 




. 05 


518. 


. 030 


C 


5 


.18 


75, 


.000 


C 




.75 


154 . 


. 060 


C 


6. 


.16 


50. 


, 000 


C 


2 


. 00 


101. 


.560 


C 


3 


.04 


1. 


.250 


C 




.03 


117 , 


.460 


C 


2, 


.34 


17. 


, 500 


c 




.35 


2 , 


.307 


E 


2. 


. 30 




, 938 


E 




. 93 




.607 


E 




,60 




,125 
.625 


E 
E 




. 12 
, 62 


1. 


250 


E 


1 . 


,25 




313 


E 




,31 


4 . 


200 


C 




.63 


18. 


750 


C 


2. 


.81 




113 


E 




22 




100 


E 




.20 




500 


E 




50 




038 


E 




03 








174. 


22 








15 . 


37 








174 . 


00 








15. 


37 




. ENCE/KELLY 

CONSTRUCTION, INC. CO - S 2L. 



2747 Pane* Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCBf» 83436 



Potential Change or Clarification 

TO: Craig Davis 

Electrical Construction Company 
P.O. Box 925 
Albany, OR 97321 

Project: Courthouse Square 
PCC Title: PR #152; cctv Security Stations 
Respond By: 9/8/00 

I The following Change Clarification Request is being considered. 
( Please respond within five (5) days with any cost or time impact. 

Please provide a cost for PR #152; cctv Security Stations. I need this immediately 

Cost Impact: 

Time Impact: 



PCC No. 



00106 



DATE: 9/6/00 

JOB: 99006 

ISSUE No.: 00450 
CONTRACT No.: 9906-16000 



Please check box if no time AND cost impact: 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 

Issued By: John Gremmels By: 

Date: 



P vtanao/menl Systems. Ire. 



All responses require signature 



! ARBUCKLE COSTIC ARCHITECTS, INC. 

363 State Street 
1 Salem, Oregon 97301-3533 

(503) 581-41 14, Fax (503) 58 1 -3655, E-mail: llodder@arbucklecostic.com 



PROPOSAL REQUEST 



PROJECT: 


Courthouse Square 
555 Court Street NE 


PROPOSAL 
REQUEST NUMBER: 


152 




Salem, Oregon 97301 


DATE: 


September 6, 2000 


OWNER: 


Marion County and Salem Area Mass Transit 


ARCHITECT'S 






100 High Street NE District 


PROJECT NO.: 


9828 




Salem, Oregon 3140 Del Webb Ave NE 
97301 Salem, Oregon 97303-4165 


CONTRACT FOR: 


General 
Construction 


CONTRACTOR: 


Pence/Kelly Construction, Inc. 
2747 Pence Loop SE 








Salem, Oregon 97302 


CONTRACT DATED: 


February 17, 1999 



Please submit an itemized quotation for changes in the Contract Sum and/or Time incidental to proposed modifications to the Contract 
Documents described herein. 



Description: (Written description of the Work) 

1 . Scope: cctv Security Stations. 

2. Documents: 

a. Attached Sketch 

3. Extend cctv security camera cabling from riser box location to primary security cctv station in Security Coordinator's 
Office 1280 as shown on attached plan. 

4. Extend cctv security camera cabling from primary security cctv station to secondary security cctv station in 
Supervisor's Office 1 181 as shown on attached plan. 



Contract Sum change (add) (deduct) (no change) $ 

Time change (none) (increase) (deduct) days 
This Proposal Request will be invalid after 



architect: 

Arbuckle Costic Architects, Inc. 
363 State Street 
Jalem, Oregon 97301-3533 

By: 

ate: 



Contractor: 

Pence/Kelly Construction, Inc. 
2747 Pence Loop SE 
Salem, Oregon 97302 

By: 

Date: 



Owners: 

Marion County and 
100 High Street NE 
Salem, Oregon 97301 

By: 

Date: 



Salem Area Mass Transit District 
3140 Del Webb Ave NE 
Salem, Oregon 97303-4165 

By: 



Date: 



UPON EXECUTION BY ALL THREE PARTIES, CONTRACTOR IS AUTHORIZED TO PROCEED WITH THE WORK NOTED ABOVE 
* ND A FORMAL CHANGE ORDER WILL BE ISSUED. File; 9828-1 1A 

pec 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224*681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #1 50; Overhead Bumpers 



COR No. 



00335 



DATE: 9/8/00 
JOB: 99006 
ISSUE: 00448 



1 . Cojjfifeciiime being extended 
^-ff^fy)Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 9/12/00 ) 



For work described below, we offer the following quotation. 



Provide Overhead Clearence bumpers per PR #150 



Total Cost: 



$1,387 






Accepted By: 

i 

Date: 
Accepted By:_ 



PentJAJlIy'^nstruction, Inc. - John Gremmels 



Salei 



ittington 



Date: 



Reviewed By: 



panies - Craig 



Accepted 

Date: 



Date: 

ManorTCounty^ Billy Wasson 




Pro Management Systems, Inc. 
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PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pane* Loop St SiHm, OR 17302 (SOI) 31*7221 
PcKtlmd ((09) 234-M81 Hx (909) 3SSJ477 

CCt» 11435 



CAMPBELL CO 



Potential Change or Clarification 



TO: Chris Moore 

Campbell Signs 
1665 12th Street SE 
Salem, OR 97302 



Project: Courthouse Square 

PCC Title: PR #150; Over Head Clearance Bumper 

Respond By: 9/8/00 



00008 



PCC No. 

DATE: 9/6/00 
JOB: 99006 

ISSUE No.: 00448 
CONTRACT No.: 009906-10440 



The following Change Clarification Request is being considered. 
Please respond within five (5) days with any cost or time impact. 



Please provide a cost for the signage in PR #1 50; Over Head Clearance Bumpers. We need this price Immediately 
(P/K is doing the bumbpers) 

Cost Impact: ^<fcD ~ C'X) 
Time Impact: ^--~3 



* AO Alum. 



( 



Please check box If no time AND cost Impact: 
INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 



Issued By: John Gremmeis 




Date 



Pre Mfnaoemem Ayatoms. Inc. 



All responses require signature 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503)399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 
COR Title: RFI 578; P-Lam Columns 



COR No. 



00336 



DATE: 10/10/00 
JOB: 99006 
ISSUE: 00446 



1 . Contract time being extended 
( ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 9/12/00 ) 



For work described below, we offer the following quotation. 



Provide plywood column wrap to columns in Transit Waiting only per RFI 578. 



Total Cost: 



$1,069 




Pro Management Systems, Inc. 
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PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 2244681 Fax (503) 585-7477 

CCB# 63435 



Potential Change or Clarification 



TO: Brian Little 

Action Pride Cabinets Inc 
67367 Gist Road 
Bend, OR 97701 

Project: Courthouse Square 
PCC Title: RFI 578; P-Lam Columns 
Respond By: 7/28/00 



PCC No. 



00012 



DATE: 9/5/00 

JOB: 99006 

ISSUE No.: 00446 
CONTRACT No.: 9906-12390 



The following Change Clarification Request is being considered. 
Please respond within five (5) days with any cost or time impact. 



Please provide a cost for RFI 578; P-Lam Columns; I need this right away. 



Cost Impact: Afro % \ ] U> 80/ 00 
Time Impact: 3 Qa^c, 



2 Cgl^^*^ loo% 



% NaT lHcurfte %>ulc Noil T&,*n A *W<tf} TUt CoL, $ Cental 

Please check box if no time AND cost impact: Q 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 



Issued By: John Gremmels By: 



Date: S (p - Qp 



Pro Management Systems, Inc. 



All responses require signature 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #146; Additional Signs 



COR No. 



00338 



DATE: 9/12/00 
JOB: 99006 
ISSUE: 00435 



1 . Coptract time being extended 
4^^Caiendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 9/14/00 ) 



For work described below, we offer the following quotation. 



Provide Additional Signage and Key box per PR #146 



Total Cost: 



$980 



Accepted By: 
Date: 

Accepted By: 
Date: 




Pro Management Systems, Inc. 



09/11/00 16:35 FAX 15033707224 



CAMPBELL CO 



001 




q-n-oo 



\2f 

□ 

□ 

□ 



DATE 

COMPANY NAME "fonfo. KpTU^ f nncdh 
CONTACT = Anhh ^rpmnnpK 



PRICE QUOTATION 
PRICE ESTIMATE 
ORDER 

CONSULTANT Thri^ 



address £oL(LDLLiljrhriii HO ^ inJ U _ \ ^n^UqQC^(n 

PHONE T&M^ttTl PAX ±L3L^sEg^__ 

P.O. # CHARGED ON ACCT.Q~ C.O.D.D 



R re/ SmcVu. ttaHh aVam. s?<$o *> UO~ ^ 
© fcuiW^ Per^rvei/Sprtrvk-Ur Control 'twAkcr 



t^O IKOTVLL \HCLODGp 



AUTHORIZED SIGNATURE 



DATE 



QUOTE VALID FOR 30 DATS 
CONDITIONS: 

All Changes require approval and/or new quotation 
Purchaser is solely liable for copyright infringement 
in any provided art or copy. 

TERMS 

All orders require 50% deposit & balance C.O.D. 
unless an account has been established 

1S65 12th Street, SE 
SALEM, OR 97302 
(503) 363-1311 (503) 370-7224 FAX 



CHECK THESE ITEMS 

□ QUANTITY 

□ SIZE 

□ SUBSTRATE 

□ COLOR 

□ COPY 



□ COLOR/S. 

□ STYLE/S- 



□ SIDES 1/2_ 

□ DUE DATE. 



Fire Department 
Rapid Entry 
Systems 

1-800-545-7402 

Supra Products, Inc. 



Mail to: 



P.O. Box 3167, Salem, OR 97302 



Ship-to Location 



1. This form must have the appropriate authorized signature 
from the Fire Department or issuing agency. 

2. All KeyBoxes are shipped without keys. Contact the Fire 
Department or issuing agency for information concerning 
keys and lockup. Mounting instructions for KeyBoxes included 
with order. 

3. Please contact your Fire Department for specific mounting 
placement on your building 

4. Delivery: Allow 3-4 weeks. 

5. Payment: J SZ or J 3& (provide number below) 

j C.O.D. (additional C.O.D. charge added) 
J P.O. (copy must accompany order) 



Building Owner Information 



Ordered by 



Company ULfU>f CptJ^TQuC VSX*J , £KJ C 

Physical Street Address . 2-7^-7 PCfrOTff LOOP S f Company 

City/State/Zip S%L&V\ Q<1 ^73<3 1 Street 

Attention Phone ( 6o3> yy> vizi City/State/Zip 

MC/VISA # exp. Name 

Signature P.O.#, if required. 



Order Date \%(Qb 



. Phone { 



Rapid Entry KeyBoxes 




SupraSafe 2HS* 

UL LISTED 

Heavy Duty - %" steel wall construction, l A* solid 
steel lid, with vault reinforcement. Black polyester 
textured powder paint. 
4"W x5"Hx3 %'D. UX. listed Titan lock. 



SupraSafe 2HS 
Without tamper switch 



SupraSafe 2HS-TS 
With Tamper Switch sties 
into current building alarm) 



For Office 
Use only 



Part# 



524314 
524164 
524154 



544314 
544164 
544154 



Qty- 



Price 



: 145.00 



s 175.00 



Total 




SupraSafe 2HSR® 

UL LISTED 

Heavy Duty - T steel wall construction, J£" solid 

steel lid, with vault reinforcement. Black polyester 

textured powder paint. 

4"W x 5"H x 3 X/D with 7" x 7" flange 

U L. listed Titan lock. 



534314 
534164 
534154 



SupraSafe 2HSR 
Without tamper switch 



5upraSa jriflbK-lb^ 
With Tamper switcn (ties 
into current building alarm) 



554314 
554164 
554154 



480.00 



495.00 



lis 



SupraSafe 2 HSR* Recessed Mounting Kit 



Simplifies mounting on 
new concrete or masonry 



454000 



s 60.00 



Go 




SupraSafe 1 

K" steel wall construction 
4"Wx3"Hx2"D 

(No tamper switch available on this model) 



384344 4 
384164' 
384154 v 



Accessories 



415.00 



( Fire Ale 


ri I Veals (one provided w/every KeyBox} 


42583 -y& 




*1.00 


1 


1 Kt-y la;. 


s colored tags wXhooks (pkg. 10) 


60345-00 




*9.00 





Fire Department or Issuing Agency Information 



Subtotal. 



16 fr 



Dept System Code 
Oepl M.ime 
City SI. ile Zip 



▼ Fjrfe Department Authori; 

urn; — 

>Uts 



t Authorized Signature ▼ 



(ORDER IS NOT VALlp AND WILL BE 
RETURNED WITHOUT SIGNATURE) 

C# 

For Office Use Only 



Shipping & 






Handling per 




<\ 


KeyBox: $9"" 






Applicable Sales Tax 




Grand Total 






PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #148; Insulation in Garage 



COR No. 



00339 



DATE: 9/12/00 
JOB: 99006 
ISSUE: 00439 



1 . Coptract time being extended 
J/Z^Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 9/14/00 ) 



For work described below, we offer the following quotation. 



Provide Pipe Insulation in Parking Garage per PR #148 
This COR is for insulating 10-3" traps and 5 - 2" traps only. 



Total Cost: 



$3,040 




Melvin MVKXom panics - Craig Lewis 



Accepted By: 



Date: J '[(flfOOfr 
Accepted By:_ 



Construction, Inc. - John Gremmels 

A 



Date: 




Companies - Craig I 



Marion County - Billy Wasson 

Date: J ^fSjo^ 



Pro Management Systems, Inc. 
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OREGON 
CASCADE 
PLUMBING & 
HEATING inc. 
CONTRACTORS 



? 



1728 - 22ND ST. S.E. 
P.O. BOX 12127 
SALEM, OREGON 97309 



CCB 1 27 

PHONE 

FAX 



(503) 588-0355 
(503) 364-2276 



RECEIVED 

SEP 1 1 2000 

rence Kelly 
Construction 

September 8, 2000 



Pence/Kelly Construction 

P.O. Box 4109 

Salem, Oregon 97302-8109 



RE: Courthouse Square 

OCPH Change Order # 50 
PCC #63 

Attn: John Gremmels 

Below please find cost breakdown for labor and material to provide insulation on P-Traps per PCC #63. 
See attached for descripion of piping to be insulated. 



Description 



Hrs $/hr 



Totals 



OCPH: 



Labor: 



Foreman 
Labor 

Deliv. & Recv. 



Material: 



0.00 $52 
0.00 $49 
0.00 $23 



$ 
$ 
$ 
$ 



OTHER: 



SUBS: 



Insulation Sub. (see attached) 



2,630.00 



10% Profit and OH 



If you have any questions please call. 



$ 

Total Add: $ 



263.00 
2,893.00 



Sincerely, 



Richard L Vogt 
Project Manager 



cc: File 9907 
Job Site 



oeni. oy: rtNCfc KbLLYJ 



503 364 5382 ; 



Sep-5-00 2:07PM; 
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THERMAL SERVICES 



PAGE 81/01 



Thermal Services, Inc. 



facsimile 

TRANSMITTAL 



company: OfZ&GO*) CA-S^A^^ 

to.- Pick \Jo<±r 

fax#: 
re: 

from: Rick Pope 

date: 

pages: / , including this cover sheet. 



r^urt r^ousL. SQuam Pec 63 



From the desk of.« 

Rick Pope 

Thermal Services 
13600 N.E. 10* Avenue 
Vancouver, WA 98685 

380-574-8400 
603-735-9603 
800-683-3301 



Fax: 330-574-7607 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503)399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #148; Insulation in Garage 



COR No. 



00340 



DATE: 9/12/00 
JOB: 99006 
ISSUE: 00451 



1 . Contract time being extended 
.^^TTCalendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 9/14/00 ) 



For work described below, we offer the following quotation. 



Provide Transit Mall Drip Irrrigation Connection per PR #153. This line will not be insulated and must be drained 
in the Winter. Backflow prevention device is not included. 



Total Cost: 



$309 






Accepted By: 



PenceMeliytonstruction, Inc. - John Gremmels 

Date: |H/*27o< 



Reviewed By: 



Accepted By: 




Melvin Mark Companies - Craig Lewis 

Dat§^__/ oj f/o O 



Accepted By 




Salem Aj-ea Transit - John Wrttington 

Date: J [0 fy^fO^ 



Date: 




Marion County/- Billy Wasson 



Pro Management Systems, Inc. 
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MECHANICAL 



OREGON 
CASCADE 
PLUMBING & 
HEATING inc. 
CONTRACTORS 



1728 - 22ND ST. S.E. 
P.O. BOX 12127 
SALEM, OREGON 97309 



CCB 127 

PHONE 

FAX 



(503) 588-0355 
(503) 364-2276 



RECEIVED 

SEP 1 1 2000 

Pence Kelly 
Construction 



September 8, 2000 



Pence/Kelly Construction 

P.O. Box 41 09 

Salem, Oregon 97302-8109 



RE: Courthouse Square 

OCPH Change Order # 49 
PCC #64 

Attn: John Gremmels 

Below please find cost breakdown for labor and material to provide 1/2" water for irrigation contractor per 
PCC #64. 

Note: This line will not be insulated and must be drained in the winter, we will not be responsible for any 
repair to wiring and we do not provide backflow prevention device. 



Description 



Hrs $/hr 



Totals 



OCPH: 



Labor: 



Material: 



Foreman 

Labor 

Deliv. & Recv. 



0.75 $52 
4.00 $49 
0.25 $23 



$ 

$ 
$ 
$ 



39.00 
196.00 
6.00 
26.00 



OTHER: 



SUBS: 



10% Profit and OH 



$ 

Total Add: $ 



27.00 
294.00 



If you have any questions please call 



Sincerely, 



Richard L Vogt 
Project Manager 



UOML ASSOCIATION OF 

XAHNC-COaiWCCONTflACTORS 



cc: File 9907 
Job Site 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: 
COR Title: 



Courthouse Square 
Pager Backboxes 



COR No. 



00341 ^ 



DATE: 9/12/00 
JOB: 99006 
ISSUE: 00441 



1 . Caojract time being extended 
X^/TCalendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 10/19/00 ) 



For work described below, we offer the following quotation. 



Provide Pager back-boxes as required by the City of Salem Building and Safety Administrator. 



Total Cost: 



$9,628 




Pro Management Systems, Inc. 
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FROM ^ EC CQMPflNY ALBANY 



PHONE NO. : 5419264268 



Oct. 13 2000 09:4! 




ALBANY REGIONAL OFFICE 



ELECTRICAL 

CONSTRUCTION CO. 

October 13, 2000 



John Gremmels, Project Engineer 
Pence / Kelly Construction, Inc. 
P.O. Box 4109 
SaIem,OR 97302-8109 

RE: Courthouse Square Install backboxes at (325) PA Speakers on T&M basis 

EC Change Request* 62759-91 

Dear John, 

We have completed this installation and we arc submitting final pricing for your use. As I discussed with 
Dave Hays and Steve Schaad, we were able to install these boxes without disconnecting the existing wiring 
at each location. This resulted in a much faster installation than in our previous estimate/ 

Total Labor: 90 hours @ $ 53.00 per hour $ 4,770.00 
Total Material: $ 3,559.00 

Total Cost $ 8,329.00 

10%O/P $ 833.00 

Total Due $9,1*2-00 

We trust this meets with your approval and awiit your response. If you have any questions or require any 
additional information please contact me. 

Sincerely, 




Craig Davis 
Project Manager 



32758 Old Hwy. 34 S.E. • RO. Box 925 • Albany; Oregon 37321 • ifetaphona (641 ) 023-4266 • ($00) 508-4266 - Ffcx (541 ) 826-4268 

www.<H<H»nrtpary.<»m - OR CCB# 49737 „ 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503)399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #143; Electrical Room Enclosures 



COR No. 



00342 



DATE: 9/13/00 
JOB: 99006 
ISSUE: 00432 



1 . Contract time being extended 
~-f^3"TCalendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 9/14/00 ) 



For work described below, we offer the following quotation. 



Provide Electrical Room Enclosures per PR #143 



Total Cost: 



$4,378 





Accepted By: 

i 

Date: 
Accepted By:_ 



Reviewed By: 



Pence/I 



nc. - John Gremmels 



MelvirfRTarR Complies - CrairJLewis 

Date: lo/W 00 



Salem Area Transit - John Wittington 

Date: V io/^/OD 



Accepted 




Marion Count! - Billy Wasson 



Date: 



Pro Management Systems, Inc. 



SEF-12-00 TUE 03:12 PM WESTERN PARTITIONS 



FAX NO, 5036242725 



P. 01/02 



W JE S T eVn^RT I TI N S , I N I C \ 




September 12, 2000 



WP1 Serial Letter #072 



Dave Hays, Project Manager 

Pence / Kelly Construction, Tnc. 
2747 Pence Loop SE 
Salem, Oregon 97302 



Via Facsimile Only 
503-364-5382 



RE: Courthouse Square, Salem, Oregon 

P/K Job # 99006 
WPI Job #99-05-3799 



SUB: PR # 143, EWA # 19234 
COR #61 



Dear Dave: 



Upon review of the above subject pricing request we find the following cost and/or schedule 
impact to our scope of work; 



• Pence/Kelly has directed this work to be performed; WPI has performed the work as 
directed; Pence/Kelly has approved the work by executing the EWA forms. Pence/Kelly 
agrees to allow WPI to include and receive payment for this work on our next scheduled 
billing request. 

Should you have any questions, please do not hesitate to call. 
Best Regards, 

WESTERN PARTITIONS, INC. 



ADD 



S 4,166.00 



8.25 MAN-DAY TIME IMPACT 



The following clarifications apply: 




Roger W. Huntsinger 

Project Manager 



End. 



cc: 




8300 SW Hunziker Road, Ttgard OR 97223 
Phone: 503-620-1600 • Fax: 503-624-5781 
OR; 60330 • WA: WESTEPI172P6 



12-00 TUE 03:13 PH WESTERN PARTITIONS 



FAX NO. 5036242725 



P. 02/02 



WESTERN PARTITIONS, INC. 



8300 S W. Hunaker Road 
Tiflard, OR 97223 
(503) 620-1 GOO 



Project: 
Contractor: 
GC Ref. #'s: 
Description: 



Courthouse Square 

Pence / Kelly Construction, fnc. 

PR #143, EWA# 19234 



CHANGE ORDER REQUEST 

ATTN: Dave Hays { P.M. ) 



WPI JOB #: 99-05-3799 

WPI COR #: 61 

Prepared by: Roger Huntelnrjor 



11-Sep-OO 



FRAME & ROCK ELECTRICAL, ROOMS PER CITY REQUEST 



DIRECT COST 



1. LABOR 



MAN HRS 



RATE 



TOTAL 



Layout 

Frame 32 
Hang 24 
Tape & Finmli 
Tflma 
Patching 
insulation 
Acoustic Ceilings 
EIFS 

Wood Installation 
Demolition 

Doors / Ramco / Hdwic 
Travel & Access Time 

Clean /Slock /Truck fi 
Working Rxuman 2 
Project Management 
Premium Trrnc Rute 
Double Time 



2. EQUIPMENT & SCAFFOLD RENT 



$50.22 
$46.13 
S4G.18 
146,18 
$46,18 
546.18 
S46.18 
$46.18 
$16.18 
$46 15 
$4618 
$461 a 
$46.18 
$46.18 
$50.22 
$60.00 
$14.11 
$20.14 

SUBTOTAL 

TOTAL LABOR COST 



$0.00 
$1,477.76 
$1,108.32 
$0 00 
$0 00 
$0 00 
SO 00 
$0 00 
$0 00 
$0 00 
$0.00 
so 00 

$0,00 
$369.44 
$100.44 
$0 00 
$0 00 
SO.00 

$3,055.96 



$3,055.96 



DESCRIPTION 

BAKER SCAFFOLD 



3. MATERIALS 



1 

2 
3 
4 
5 
G 
7 

a 

9 
10 



DESCRIPTION 

158IC25 STUDS 

1 WANGLE. 25 gu 

5/8 X SHEETROCK 

MISC SHOTS, SCREWS, TAPE ETC. 



QTY. 
5 



TOTAL EQUIP. RENT 



QTY. 
340 
G80 
864 
064 









PRICE 

$15.00 



PRICE 

£0190 
$0,155 
$0,310 
£0,200 
$0,000 
$0,000 
$0000 
$□ 000 
$0,000 
$0,000 



TOTAL 

$73.00 
$0.00 
$0.00 
SO 00 



TOTAL 
$64.60 
$105,40 
$267 84 
$172.80 
$O,00 
$0.00 
$0.00 
$0.00 
50,00 
SO 00 



$75 00 



SUBTOTAL 

LABOR OVERHEAD/PROFIT 
EQUIPMENT OVERHEAD/PROFIT 
MATERIAL OVERHEAD/PROFIT 

TOTAL AMOUNT THIS COR 



10H 
10% 
10% 



$610.64 
$3,741.60 
$305.60 
$7,00 
$61.00 

S4.115 7C 
$4,116.00 




1 9234 



PROJECT 



Western partitions, Inc. 

8300 SW Hunziker Road • Tigard, OR 97223 
(503) 620-1600 • Fax: (503) 624-5781 

EXTRA WORK AUTHORIZATION 



WPI JOB # <??-<?i~- 3 79-9 



DESCRIPTION OF WORK PERFORMED f rfi ^L { fra f * fp ~&- 1*^3* 



DIRECT COST: 
1. LABOR (Includes fringes, taxes, and insurance) 





MAN HRS. 


RATE 


TOTAL 


Framing & Layout 








Hanging 


*i 






Taping 








Lathing 








Plastering - Fireproofing 








Acoustical Ceilings 








Doors, Frames & Hardware 








Clean up, Stocking, Trucking 


% 






Supervision (Foreman) 
















Consumables (%) 


Safety (%) 


TOTAL LABOR COST 


2. EQUIPMENT & SCAFFOLD RENT 


DESCRIPTION 


QTY. 


PRICE 


TOTAL 


































Delivery 








TOTAL EQUIPMENT RENTAL 



TERMS: PAYABLE UPON COMPLETION 
No Retainage Held 

Western Partitions, Inc. Employee 

/Sua 



Date: 



AUTHORIZATION TO PROCEED: 

i have full authority to authorize this work 

and payment for same by my company. 




Company 

General Contractor Job # ^^f. Q L. 

Date: / — 

Signed^ ^Zfj C A~^J 



VERIFICATI 
Signed 
Notes: 




3. MATERIAL BASED ON WAREHOUSE COST 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603) 224-6681 Fax (503) 585-7477 

CCB # 63436 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: Cher riots Logo in Transit Reception 



COR No. 



00343 



DATE: 9/14/00 
JOB: 99006 
ISSUE: 00456 



1 . Contract time being extended 
yQ-) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 9/15/00 ) 



For work described below, we offer the following quotation. 



Provide Cherriots Logo in Transit Reception 



Total Cost: 



$1,024 



Accepted By: 
Date: 
Accepted By: 



Pence/I 




instruction, Inc. - John Gremmels 



Reviewed By: 





Salem Area Transit - John Wittington 

Date: \/ i X> ^jOO 



\ /j^f^ Accepted By: 



Melvin Mark Companies - Craig Lewis 

Date; /o/j^oo 



Date 




Pro Management Systems, Inc. 
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Correct oddi+t'orcLp oseA^, ^97^^. 

Oftecsof^SlS^ JL? ALEM - OREGON 97303 ^ 



09/14/00 09:29 FAX 15033707224 
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PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 




Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: RFIs 577 & 592 Dampers for EG-1s 



COR No. 



00344 



DATE: 9/25/00 
JOB: 99006 
ISSUE: 00452 



1 . Contract time being extended 
( Of) Calendar days. 



2. Acceptance of COR prior to our 
deadline date of ( 9/27/00 ) 



For work described below, we offer the following quotation. 



Provide Dampers for basement Air Room EG-1 grills and louvers per RFIs 577 and 592 



Total Cost: 



$5,526 





Pro Management Systems, Inc. 
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09/22/00 16:31 FAX 503 364 2276 



O RE CASCADE INC. 



©001 




OREGON 
CASCADE 
PLUMBING & 
HEATING inc. 
MECHANICAL CONTRACTORS 



1728 - 22ND ST. S.E. 
P.O. BOX 12127 
SALEM, OREGON 97309 



CCB 127 

PHONE 

FAX 



(503) 588-0355 
(503) 364-2276 



September 22, 2000 



Pence/Kelly Construction 

P.O. Box 4109 

Salem, Oregon 97302-8109 



RE: Courthouse Square 

OCPH Change Order #52 
PCC #65 & RFI #592 



Attn: John Gremmels 

Below please find cost breakdown for labor and material to added dampers per PCC #65 and RFI #592. 



Description 



Hrs $/hr 



Totals 



OCPH: 



Labor 



Foreman 
Labor 

Detiv. & Recv. 



Material: 



0.00 $52 S 
0.00 S49 $ 
0.00 $23 $ 
$ 



OTHER: 



SUBS: 



HVAC Sub. (see attached) 



4.780.00 



10% Profit and OH 
If you have any questions please call. 



$ 

Total Add: $ 



478.00 
5,258.00 



Sincerely, 



Richard L. Vogt 
Project Manager 



cc: File 9907 
Job Site 



09/22/00 16:31 FAX 503 364 2276 ORE CASCADE INC . ' " ^ 

Sep 22 00 09:57a Hrainard ShaetMetal 541-747-2893 p.l 



Brainard SheetMetal Inc. 



Native American Contractor 



Heating. Ventilation & Air Conditioning P 2 S * el ' ey ^ treet 

Spnngfleld, Oregon 97477 

541-726-8931 Fax747-2B93 



September 22, 2000 



Oregon Cascade Plbg. & Hearing 
P.O. Box 12127 
Salem, OR 97309 

Attn: DickVogt 

Project: Courthouse Square - PCC #65-RFI #577 - RFI # 592: Add dampers on basement EG-1 

grills and louvers. 

Dick: 

The following is the breakdown for the labor and material to add the dampers in the 
basement EG-1 grills and blank off back side of louvers to balancers specifications. 

Labor: $1,968.50 
Material $2,377.00 
10 % OH&P $ 434.55 

Total Add: $4,780.05 



Note: It has been brought to my attention that Air Commodities had given the engineer a 
preliminary price on the incorrect damper for these grills. 



OCT-23-2000 MON 02:08 PM PENCE KELLY 



FAX NO. 503 585 7477 



P. 02 




OREGON 
CASCADE 



C PLUMBING & 
HEATING inc. 
MECHANICAL CONTRACTORS 



1728 - 22ND ST. S.E. 
P.O. BOX 12127 
SALEM. OREGON 97309 



CCB 1 27 

PHONE (503) S88-035S 
FAX (503) 364-2276 



October 20, 2000 



Pence/Kelly Construction, Inc, 

P.O. Box 4109 

Salem. Oregon 97302-8109 

Re: Courthouse Square 
Salem, Oregon 

Attn; John Gremmels , 

Dear John, 

Per your request PCC #65 involved 14 dampers and PCC #68 involved 9 dampers. 
If you have any questions please call. 

Sincerely, 

Richard L Vogt 
Project Manager 



Cc: File 9823 
Job Site 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB# 63435 




Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #1 54; Transit Restroom Lav 



COR No. 



00345 



DATE: 9/25/00 
JOB: 99006 
ISSUE: 00457 



1 . Contract time being extended 
{jyTCalendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 9/27/00 ) 



For work described below, we offer the following quotation. 



Provide Transit Restroom Lav plug Protection per PR #154 



Total Cost: 



$830 



or 





Accepted By: 



ally Construction, Inc. - John Gremmels 



Reviewed By 



i Mark Qompanies - Craig Lewis 

Date: {hjzt/o* 



Date 



i Transit - John Wittington 

(A ) foa 



Accepted 




Manon Coufity - Billy Wasson 

Date: J t6^2U>^c Sb 



Pro Management Systems, Inc. 
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MECHANICAL 



OREGON 
CASCADE 
PLUMBING & 
HEATING inc. 
CONTRACTORS 



) 



1728-22ND ST. S.E. 
RO. BOX 12127 
SALEM, OREGON 97309 



CCB 127 

PHONE 

FAX 



(503) 588-0355 
(503) 364-2276 



September 25, 2000 



Pence/Kelly Construction 

P.O. Box 4109 

Salem, Oregon 97302-8109 



RE: Courthouse Square 

OCPH Change Order #53 
PCC #66 

Attn: John Gremmels 

Below please find cost breakdown for labor and material to provide and install Sloan ETF-529 Optishield 
Lavatory Protective Enclosures per PCC #6d. 



I i Description 

OCPH: 

Labor. Foreman 
Labor 

Deliv. & Recv. 

Material: 
OTHER: 



Hrs $/hr Totals 



1.25 


$52 


$ 


65.00 


6.00 


$49 


$ 


294.00 


0.50 


$23 


$ 


12.00 






$ 


347.00 



SUBS: 



10% Profit and OH 
If you have any questions please call. 



$ 

Total Add: $ 



72.00 
790.00 



Sincerely, 

Richard LVogt 
Project Manager 



cc: File 9907 
Job Site 



I 



Received : 9/25/00 2:48PM; 

OS/25/00 14:30 FAX 503 364 2276 



OUO 00*+ -^*L/vj - - i 

ORE CASCADE INC. 



$002 



Courthouse Square 9907 

OCPH CO. # 53 
MATERIAL TAKE-OFF/LABOR ESTIMATE 



QUANTITY 


UNIT 


DESCRIPTION 


LABOR HOURS 
UNIT TOTAL 


3 


EA. 


Sloan ETF-529 


2.00 


6.00 



















































































































































































































































































































































































































Total Man Hours: 6.00 
Total Material Cost: $ 346.62 



NOTE: LABOR CALCULATIONS ARE COMPUTED USING THE "NATIONAL LABOR CALCULATOR" METHODS 

Page 1 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB# 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: 
COR Title: 



Courthouse Square 
Expansion Joint 



COR No. 



00346 



DATE: 9/25/00 
JOB: 99006 
ISSUE: 00289 



1 . Contract time being extended 
( ^>~) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 9/27/00 ) 



For work described below, we offer the following quotation. 



Delete Tremco Expansion Joint and provide stainless steel gutter system at expansion joints on 10 and 3 line. 



Total Cost: 



$0 



Accepted By: 
Date: 

Accepted By: 
Date: 




Pro Management Systems, Inc. 



PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE. Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 

Project: Courthouse Square 

COR Title: PR #1 47; Additional T-Stats 



COR No. 



00347 



DATE: 9/27/00 
JOB: 99006 
ISSUE: 00438 



1 . Contract time being extended 
( -t)— ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 9/29/00 ) 



For work described below, we offer the following quotation. 



Provide Additional thermostats per PR # 147 



Total Cost: 



$1,971 






Accepted By: 
Date: 
Accepted By:_ 



Reviewed By: 



Peru 



instruction, Inc. - John Gremmels 

It? (CO 



Salem kreja Transit - John Wittington 

Date: y 



— ja^- ■ ~m\* I.....M. i ■ ■- 

Marion Counly - Billy Was^on 

Date: ' U 



Pro Management Systems, Inc. 
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OREGON 
CASCADE 

C PLUMBING & 
HEATING inc. 
MECHANICAL CONTRACTORS 



1 



1728 - 22ND ST. S.E. 
P.O. BOX 12127 
SALEM. OREGON 97309 



CCB 127 

PHONE (503) 588-0355 
FAX (503) 364-2276 



September 26, 2000 



Pence/Kelly Construction 

P.O. Box 4109 

Salem, Oregon 97302-8109 



RE: Courthouse Square 

OCPH Change Order # 54 
PCC#62 

Attn: John Gremmels 



Below please find cost breakdown for labor and material to add T-stats for TIM -3, TU-1-8 and FPB-5-18 
per PCC #62. 



Description 



Hrs $/hr 



Totals 



OCPH: 



Labor: 



Material: 



Foreman 
Labor 

Deliv. & Recv. 



0.00 $52 
0.00 $49 
0.00 $23 



$ 
$ 
$ 
$ 



OTHER: 



SUBS: 



Control Sub (see attached) 



1,705.00 



10% Profit and OH 



$ 

Total Add: $ 



171.00 
1,876.00 



If you have any questions please call. 



Sincerely, 



Richard L. Vogt 
Project Manager 



cc: File 9907 
Job Site 



Received: 9/28/00 3:47PM; 

09/26/00 15:29 FAX 503 364 2276 
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ORE CASCADE INC. ® 002 




TRANE 



Proposal 



TRANEOREGON 



The Trane Company 

A Division of American Standard inc 

La Crosse Wf 



7257 S.W. Kabte Lane 
Portland, OR 97224 



P.O. Box 23679 
Tigard, OR 97281 



TEL 503*620-8031 
FAX 503-63S-1454 



Prepared For: 



Date: 



September 25, 2000 



Oregon Cascade 
FAX: 503-354-2275 

Attn: Dick Vogt 



Job Name: 
Courthouse Square 
PCC #62, PR #147 



The Trane Company and TraneOregon are pleased to propose the following equipment for this project- 
Description of the Project: 
Add thermostats for TLM-3, TU-1-8 and FPB-5-18. 

Scope of Work: 

Materials, Engineering, Installation, Programming, Checkout, Commissioning, Graphics, Warranty 

Total Cost to Perform this Work: ^ $1,705 

Time is of the essence. We will need 3 days prior notice to complete work once proper contract modifications 
have been made. 

This Price is valid for 30 days. 



Payment Terms: 
Net 30 Days 




Sincerely, 



Robert A. Hamill 

Asset Management Services 



25-Sep-00 Trane Proposal D:\1BAS\Proj. Mgt\CourthouseSq\PCC62chngorderfl.14,00.doc Page 

1 



Received: 9/26/OQ 3:48PM; 

09/26/00 15:29 FAX 503 364 2276 



503 364 2278 -> MbNUb KbLLY ; r-t*y w o 

ORE CASCADE INC. 



121003 



Project: Salam Courthouse 


















Date: 9/21/00 


















Subject: PCC#82, PR #147 


















Subcontract 






















Task/Description 


Unit Cost 


Quanity 




Total Cost Mark-up 


Sell Price 


Material 


EMT/Wire/ Fittings 










$ 93.85 


1.10 


$ 


103.24 


Labor 


Wire Box's, Pull & 










$ 861.36 


1.10 


$ 


947.50 




Terminate & Set 




















Room Sensor 


















Trane 




















Material 


Temp Sensors 


$ 


45.00 




3 


$ 135.00 


1.10 


$ 


148.50 


Labor 


Engineering 


$ 


46.00 




4 


$ 184.00 


1.10 


$ 


202.40 


Labor 


Programming 


$ 


46.00 




2 


9 92.00 


1.10 


$ 


101.20 


Labor 


Graphics 


$ 


46.00 




2 


$ 92.00 


1.10 


$ 


101.20 


Labor 


Commissioning 


$ 


46.00 




2 


S 92.00 


1.10 


$ 
$ 
$ 


101.20 










TOTAL 








$ 


1,705 



ZOO©! 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB # 63435 




Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: RFI 551 ; Step off at Penthouse 



COR No. 



00348 



DATE: 9/27/00 
JOB: 99006 
ISSUE: 00434 



1 . CoBtraertime being extended 
jJjO 1 Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 9/29/00 ) 



For work described below, we offer the following quotation. 



Provide Step-Off at penthouse door to roof per RFI 551 . 



Total Cost: 



$301 



Melwn Mark Companies - Cra 




Accepted By: 
Date: 
Accepted By: 



Pence/Hj 



/Construction, Inc. - John Gremmels 



Salem Arefe Transit - Johrvwittington 




Date 



illy Wasson 



Pro Management Systems. Inc. 
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DEUVHREDOY 



tNOOXCiE 09/02/00' 14:05 
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SEP 7 2000 



Pence Kelly 
Construction 



■ :^^r. - 



1 



NOTE: RETURNED MERCHANDISE WILL BE SUBJECT TO A 1 5% 
RESTOCKING CHARGE. SPECIAL ORDER MERCHANDISE MAY NOT BE 
RETURNED WITHOUT PRIOR AGREEMENT. PLEASE, NO CREDIT WILL 
BE ALLOWED WITHOUT INVOICE & DATE, p 

ALL MATERIALS SOLD, DELIVERED TO CURB ONLY. NOT 
RESPONSIBLE FOR BROKEN SIDEWALKS OR CURBS WHEN DELIVERY 
IS REQUESTED ON PREMISES. 



SUBTOTAL 
OREGON SALES 
TOTAL 



104.93 
104. 9i 



FILE COPY 



SEE REVERSE FOR CREDIT SALES TERMS AND CONDITIONS. RECEIVED BY 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB # 63435 





Change Order Request 




TO: Craig Lewis 


COR No. 


00349 



Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: RFI 586; Front Lobby Skylight Fix 



DATE: 10/4/00 
JOB: 99006 
ISSUE: 00455 



1 . Contract time being extended 
.^/^""yCalendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 10/6/00 ) 



For work described below, we offer the following quotation. 



Provide modification to Front Lobby Skylight per RFI 586. 



Total Cost: 



$956 





Pro Management Systems, Inc. 
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DeaMor Associates, Inc. 

1 40 i 0-A NE 3 rd Court Suite 1 02 
Vancouver, Washington 98685 
Portland phone (503) 284-6799 FAX (360) 574-3487 
Oregon Registration No. 45832 

CHANGE PROPOSAL 

Date: October 2, 2000 

To: John Gremmels 

Project: Courthouse Square 

Section: Metal-framed glass canopies 
Reference: Additional Flashing at Entry canopy 



Per your instructions, we have fabricated and installed additional flashing to direct water 
collecting on top of the Entry Canopy steel into the stainless steel gutter system. Our 
price for the work is $ 910.00. We appreciate the opportunity to work with you on this 
project. If you have any questions regarding this proposal, please call me. 




Phil Waldo, Project Manager 
FAX 1 Page (503)364-5382 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB # 63436 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: RFI 601 ; Dampers at stair EGs 



COR No. 



00350 



DATE: 10/4/00 
JOB: 99006 
ISSUE: 00461 



1 . Contract time being extended 
(Jx^j Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 10/6/00 ) 



For work described below, we offer the following quotation. 



Provide opposed blade dampers to the stairwell exhaust grills per RFI 461 . 



Total Cost: 



$523 



Accepted By: 



Pence/Kel 



Date: 
Accepted By: 



fa 



instruction, Inc. - John Gremmels 



Salem Area Transit - John Wrttington 

Date: V/ fi> /<> / 60 



Reviewed By: 




Melvin Mark Companies - Craig Lewis 

Date: t n l£/o-& 



Accepted 




Date: 



Pro Management Systems, Inc. 
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OREGON 
CASCADE 
PLUMBING & 
HEATING inc 
MECHANICAL CONTRACTORS 



? 



1720 - 22ND ST. S.E. 

P.O. BOX 12127 

SALEM, OREGON 97309 



CCB 127 

PHONE 

FAX 



(503) 588-0355 
(503) 364-2276 



October 4, 2000 



Pence/Kelly Construction 

P.O. Box 4 109 

Saiem, Oregon 97302-8109 



RE Courthouse Square 

OCPH Change Order # 55 
PCC #68 

Attn: John Gremmels 



Below please find cost breakdown for Jabor and material to added opposed btede dampers at the 
stairwell per PCC #68. 

Please note per Jim Cook the dampers should be AG 35. 



I 


Description 


Hrs 


$/hr 




Toiais 


OCPH: 












Labor 


Foreman 


0.00 


$52 


5 






Labor 


0.00 


$49 


$ 






Deliv. & Recv. 


0.00 


$23 


S 




Material: 








s 





OTHER: 



SUBS: 



HVAC Sub. {see attached) 



452.00 



10% Profit and OH 



If you have any questions please call. 



$ 

Total Add: $ 



45.00 
497.00 



Sincerely, 



Richard L. vogt 



/ogt 

Project Manager 



cc: File 9907 
Job Site 



Oc-fc"cT4 QO 1£J:34« Brainard SheetMetal 



541-747-2893 



P- 1 



Brainard SheetMetal Inc. 



Heating, Ventilation & Air Conditioning 



Native American Contractor 

732 Shelley Street 
Springfield, Oregon 97477 
541-726-8931 Fax 747-2e93 



October 3, 2000 



Oregon Cascade Plbg. & Heating 
P.O. Box 12127 
Salem, OR 97309 

Attention: Dick Vogt 

Project: Courthouse Square Transit Mall 

RFI # 601: Add O.BTX to exhaust grills at stairs 



Dick: 

The following is the breakdown on the add for the opposed blade dampers to the stairwell 
exhaust grills (10 day ship); 

Material: $150.00 
Labor: $242.50 
15%OH&P $ 58.87 

Total Add: $451.37 



Warren Brainard 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 




Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #1 57; Head Protection 



COR No. 



00351 



DATE: 10/5/00 
JOB: 99006 
ISSUE: 00460 



1 . Contract time being extended 
( "p" ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 10/6/00 ) 



For work described below, we offer the following quotation. 



Provide Head Protection at Pipes and Steel Angles in Parking Garage per PR #157 



Total Cost: 



$4,965 




Pro Management Systems. Inc. 
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OREGON 
CASCADE 
PLUMBING & 
HEATING inc. 
CONTRACTORS 



1 



1728 - 22ND ST S.E. 

RO. BOX 12127 

SALEM, OREGON 97309 



CCB 127 

PHONE 

FAX 



(503) 588-03SS 
(503) 364-2276 



October 4, 2000 



Pence/Kelly Construction 

P.O. Box 41 09 

Salem, Oregon 97302-8109 



RE: Courthouse Square 

OCPH Change Order # 56 
PR #157 

Attn: John Gremmels 

Below please find cost breakdown for labor and material to provide padding for head protection per 
Proposal Request #157 and direction from Pence/Kelly. 

Material to be used is a stated in the attachement. 





Description 


Hrs 


$/hr 




Totals ' 


OCPH: 












Labor: 


Foreman 


0.00 


$52 


$ 






Labor 


0.00 


$49 


5 






Deliv. & Recv. 


0.00 


$23 


$ 




Material: 








S 





OTHER: 



SUBS: 



Mid Valley (see attached) 



4,295.00 



10% Profit and OH 



If you have any questions please call. 



$ 

Total Add: % 



430.00 
4,725.00 



Sincerely, 



Richard L. Vogt 
Project Manager 



cc: File 9907 
Job Site 
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Mid-Val lata Insulating 



503-375-9390 



IMCsA 



SPECIFICATION 
SUBMITTAL SHEET 
Reviewed: 7/97 



TRADENAME: 



DESCRIPTION: 



IMCOLOCK®, IMCOSHIELD* 
IMCOSHEET™ 

Engineered Polymer Foam Insulation 

(A flexible* polymer based, low density, dosed 

ceJJ. chemically inert pipe and sheet insulation) 



PHYSICAL PROPERTIES: 

Operating Temperature Limits 

Color 
Density 

Water Vapor Permeability 

Water Absorption 

Linear Shrinkage @ 200°F 

Mold Growtta/Hntnidity; Air Erosion 

Flame Spread (up to !P* waif) 

Smoke Developed (op to I^waU) 

Thermal Conductivity @ 75°F 



210°F Maximum 
-330°F Minimum 

Black 

1-5 lbs/ft 3 

0.0 pern>in 

0.0% (by volume) 

< 4.0% 



(ASTMC 411} 

(ASTM D 1622. ASTM D 3575) 
<ASTME96> 

(ASTM C 534) 



No moid growth; No erosion <ul m, sections n & 17) 

< 25 (ASTM E 94, CAHAJLCS 1 02_2~A«8) 

< 50 (ASTME M,CAN/ULC-SI02^-M8S) 

0-250 Btu-in/hr-ft 2 - ? (astm c 177, astm c 5i8) 



STANDARD SIZES: 



IMCOLOCK IMCOSHDELD 

3/8** CTS through <T IPS; 3/8** CTS through 4" IPS; 

3/8", 172", 3AT T I~ wall (6' lengths); 3/8", 1/2", 3/4", and P wall, 

5 w -22" IPS, r wall (3 V lengths), (6* lengths). 
Note: 3 ' lengths are NOT pre-glued 



IMCOSHEET 

Continuous rolls, 48" wide; 
Individual sheets. 3<T x 48'*; 
Available thicknesses: 3/8", 
]/2*\3/4*\ 1", 1-1/2" and 2". 



APPLICATION CONSIDERATIONS/USES: 



IMCOLOCK: pre- slit pipe insulation with a pressure sensitive adhesive 
closure system (prc-gluedV IMCQSHIELD : uo-slic pipe insulation. 
IMCOSHEET : sheet insuiatidQ. Used primarily for aotbtcnr service 
to retard heat gain and control condensation drip. Also used for reducing 
heat flow for hot water plumbing and liquid heating, dual temperature 
piping and for air c onditioning and refrigeration systems* Competitive 
on an installed cost with other types of hunitaxion for its recommended 
service. 

SPECIFICATION COMPLIANCE: ASTM C 534*, ASTM E 162, ASTM E 662, UL 94 HBF. 

♦Factory Mutual Research Corporation. Approved and Listed in Approval Guide 
♦New York City Department of Buildings, MEA #363~95-M 
♦City of Los Angeles. General Approval, Research Report RR 83 16 

N ♦Dade County^ Florida, Product Control Approved, Acceptance No. 95-1215.08 



+ASTM C 534 is limited to clastomeric materials. IMCOLOCK, IMCOSfHELD, and IMCOSHEET 
meet -or exceed all nhv«enl re oi i in ■ i n * n t«- K*ttrH -m A«tM r- <ia ****** ; — j 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB# 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 
COR Title: RFIs 579/589; MAU-1 



COR No. 



00352 



DATE: 10/10/00 
JOB: 99006 
ISSUE: 00453 



1 . Contract time being extended 
( J^- ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 10/13/00 ) 



For work described below, we offer the following quotation. 



Provide water supply, drain and switch for MAU-1 per RFI's 579 and 589. 



Total Cost: 



$2,648 




Accepted By: 
Date: 

Accepted By: 
Date: 




Pro Manaqement Systems, Inc 
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09/21/00 12:12 FAX 503 364 2276 



ORE CASCADE INC. 



8l 001 




OREGON - 
CASCADE 

C PLUMBING & 
HEATING me. 
MECHANICAL CONTRACTORS 



1 



1728 - 22ND ST. S.E. 

P.O. BOX 12127 

SALEM, OREGON 97309 



CCB 127 

PHONE (503) 568-0355 
FAX (503) 364-2276 



September 19, 2000 



Pence/Kelly Construction 
P.O. Box4109 
Salem, Oregon 97302-8109 



RE: Courthouse Square 

OCPH Change Order #51 
RFI #579 

Attn: John Gremmels 

Below please find cost breakdown for labor and material to provide water to MAIM per RFI #579. 

Note: per this RFI we are providing a manual drain only on the makeup water to the unit. There is no 
drain on the pan or the pump. This unit will have to be manually winterized. 



r 



OCPH: 



Description 



Hrs $/hr 



Totals 



Labor. 



Foreman 
Labor 

Deliv. & Recv. 



Material: 



4.25 $52 
21.25 $49 
1.25 $23 



$ 
$ 
$ 
$ 



221.00 
1,041.00 
29.00 
280.00 



OTHER: 



SUBS: 



Insulation Sub. (see attached) 



540.00 



10% Profit and OH 



$ 

Total Add: $ 



211.00 
2,322.00 



If you have any questions please call. 



Sincerely, 

Richard L. Vogt 
Project Manager 



cc: File 9907 
Job Site 



Received: 9/21 /OO 12:30PM; 

09/21/00 12:12 FAX 503 364 2276 



S03 364 2276 -> PENCE KELLY ; Page 2 

ORE CASCADE INC. 



©002 



Courthouse Square 9907 



OCPH CC#03 TEST 
MATERIAL TAKE-OFF/LABOR ESTIMATE 



QUANTITY 


UNIT 


DESCRIPTION 


LABOR HOURS 
UNIT TOTAL 


63 


FT. 


1/2" TYPE L COPPER PIPE 


0.04 


2.52 


1 


EA. 


3/4" X 3/4" X 1/2" COPPER TEE 


0.62 


0.62 


1 


EA. 


1/2" RPBP 


1.00 


1.00 


1 


EA. 


1/2" BALL VALVE 


0.40 


0.40 


1 


EA. 


1/2" COPPER TEE 


0.60 


0.60 


1 


EA. 


1/2" X 1/2" COPPER FTG. RED. 


0.40 


0.40 


1 


FT. 


1/8" SOFT L COPPER TUBING 


0.04 


0.04 


1 


EA. 


VALVE TAG 


0.25 


0.25 


3 


EA. 


ROOF SUPPORT BLOCKS 


0.50 


1.50 


15 


EA. 


1/2" COPPER 90 DEG. 


0.40 


6.00 


2 


EA. 


1/2" COPPER COUPLING 


0.40 


0.80 


14 


EA. 


HANGER ASSEMBLIES 


0.50 


7.00 


1 


LOT 


CONSUMABLES 


0.00 


0.00 



























































































































































































































































































Total Man Hours: 21 13 



Total Material Cost: $ 280.49 



NOTE: LABOR CALCULATIONS ARE COMPUTED USING THE "NATIONAL LABOR CALCULATOR" METHODS 

Page 1 



CHANGE ORDER ANALYSIS 
Summary Sheet 

Add switch wiring for MAU-1 per RFI-589 DATE: 1 0/1 6/00 

COMPANY 

CO # 97 EC Proposal # : 62759-97 

Owner's Ref. #: RFI-589 



A TOTAL PRICE THIS CHANGE ORDER 



as shown in item 15; 


$ 


186.00 


Scope to be performed: 






1 . See attached documents 






Cost Summary: 






1 . Total Material Cost (see back-up) 


$ 


32.00 


2. Total Burdened Labor Cost (see back-up) 




136.68 


3. Subcontractors Cost (see back-up) 




0.00 


4. Equipment Cost (see back-up) 




0.00 


5. Other Miscellaneous Costs (see back-up) 




0.00 


6. Small Tool allow % of item 2 






7. Record Drawings and Submittals 






8. Warranty Work 0.00 % of direct expenses 






9. Overhead 10 % 




16.87 


10. PROFIT at % 






11. B&OTax % WAonly 






12. Sales Tax 0.00 % 






13. Bond 0.00 % 




0.00 


TOTAL PRICE THIS CHANGE ORDER 


$ 


185.55 




This change order requires a schedule adjustment of days. Pricing subject to 
revision after 30 days. 

The costs represented include only those clearly identified at this time. No impact or delay costs are 
included. Should it be determined at a later date that the project is impacted by multiple scope 
changes, or causes beyond our control, those costs may be submitted at that time. Work will commence 
upon written acceptance by an authorized agent. 



E C Company 
Craig Davis, PM 



Authorized Agent 



CHANGE ORDER ANALYSIS 



Date: 



10/16/00 



CO# 97 



(X)Field ( )Shop 



DIRECT LABOR WAGE 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Direct Labor Cost 



LABOR COST SUMMARY 



Total 
Hours 



0.00 
3,00 



EC Proposal # : 62759-97 



Owner's Ref. #: RFI-589 



Rate 



42.12 
45.56 
49.00 



Cost 



0.00 
136.68 

0.00 
136.68 



PAYROLL TAXES 
Electrician (see back-up) 
Field Foreman 
General Foreman 

Subtotal Payroll Taxes/Benefits 

BENEFITS 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 

Project Manager 



inc in base rate 
inc in base rate 
inc in base rate 
inc in base rate 



inc in base rate 
inc in base rate 
inc in base rate 



Subtotal Labor Cost 

Subsistence, Per Diem, and Parking 



3.00 



136.68 



LABOR TOTAL 



$ 136.68 



CHANGE ORDER ANALYSIS 



MATERIAL COST SUMMARY 



CO# 97 



EC Proposal # : 
Owner's Ref. #: 



62759-97 



RFI-589 



Material 

1. 
2. 
3. 
4. 
5. 
6. 
7. 
8. 
9. 
10. 
11. 
12. 
13. 
14. 



See attached 



#of 
Units 

1.00 



Unit 
Cost 
Each 
32.00 



Cost 



32.00 



Freight 



Waste and Spoilage 



Subtotal Material Cost 
Sales and other Taxes 
Shipping, Storage, Distribution ( 
Restocking 



32.00 



0/ 

/o 



TOTAL COST OF MATERIALS 



32.00 



FOB: 19063 Mat=Std Lab=Std2 
COURTHOUSE SQUARE 08-06-99 



Electrical Construction Co. 
BID TAKE-OFF DETAILS 
10-13-00 13:27 Pg : 1 



>ENCE / KELLY CONST 



>ART NUMBER DESCRIPTION 



MATERIAL 



COUNT 



UNIT 



EXTENDED 



LABOR 



UNIT 



HOURS 



BID ITEM 
2CCR-97 



SYSTEM 
RFI-589 



ESTIMATOR 
CRAIG 



01300034605 12/2 MC CABLE W/GREEN GROUND 40 

'M00TB00302 1/2 "TITE-BITE " STR BOX CON 2 

J400XX10023 AC/MC CABLE STEEL CLIP 6 

2710RC00194 4" SQ BOX 1-1/2" D W/SIDE BRKT 1 

2710RC00771 4IN 1G MUDRING 5/8 RAISED 768 1 

Total : 



630.210 M 
173 . 030 C 
. 066 E 
214.600 C 
108.140 C 



25.20 
3.46 
.39 
2 .14 
1.08 



44 . 000 M 
15.000 C 
.025 E 
35.000 C 
20.000 C 



32.29 



1.76 
.30 
.15 
. 35 
.20 

2 .76 



Grand Totals: 



32.00 



2.76 



,,/U/MOO 11:12 FAX «•> 581 



503 364 5382 J 



Sep-11-00 10:38AM; 
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Costic MU * ~- 

PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Uo» B& Salem, OR «73« r503) 3B3-7223 
Portland (601) 224Mf Fax 5M-7477 



Request folr Information 



TO: Leonard Lodder 

Arbuckle Costic Architects 
363 State Street S.E. 

Salem, OR 97301-3533 



Project: Courthouse Square 
Subject: Switch for MAIM 
'lease process and return by no later than 9/U/QO 



RFI No. 



DATE: 9/7/00 
JOB: 99006 
ISSUE No.: 



00589 



Question 



Spec. Red 



Dwg. Ref. # 



There is no designated switch for MAU-1 . Where is it to be located? Is the switch to be installed 
now or with the future T.I. Is MAU-1 to be involyed in commissioning? When does the warranty 
for MAU-1 start? 



Signed: Jyhn Gr»miti»te 



Response 



By: 



inn: 



Pate: 



*in receipt 
jxtra to 






tract. Additional costs must bo submitted wrthin 10, days of receipt. 



I you must notify Pence/Kally within ^ days, whether the RF» is a no cost change, or 

thin 10, days of receipt. 



Date; 



Craig Lewis, MMDC 



•Page 1 on 



"!"'il/2™'"'l2 FAX 50» 5«1 3»55 



ARBUCKLE COSTIC 
503 364 5382 ; 



+ COURTHOUSE SQR 
Sep-11-00 10:38AM; 
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Costic 

PENCE/KELLY 

CONSTRUCTION, INC. 

2T4T Pane* Loop Bfc SaUnvOMTMl [90S) M9.72Z3 
Portland (Ml) 2244Mf Fax (SO)} $16-7477 



Request ffo^ Information 



TO: Leonard Lodder 

Arbuckle Costic Archftects 
363 State Street S.E. 

Salem, OR 97301-3533 



Project; Courthouse Square 
Subject: Switch for MAIM 
Please process and return by no later than 9/1t4;oo 



RFI No. 



DATE: 9/7/00 
JOB: 99006 
ISSUE No.: 



00589 



Question 



Spec. Rel 



Dwg. Ret # 



There is no designated switch for MALM . Wher ■> is it to be located? Is the switch to be installed 
now or with the future T.I. Is MALM to be involved in commissioning? When does the warranty 
for MAIM start? j 



Signed: John Grmrrniols 




1 ~ " 1 

Response By: f 


Irm: 



Pate: 



ffoWttflg- i«JTE<i«* lrtar«a»Tr' 



.g>tA stoftrn ^ 




pon receipt 
i extra 




you must notify Pence/Kslly within -! days, whether the RFI is a no cost change, or 
tract Additional costs must be submitted within 10 r days of receipt 



Date; 



Craig Lewis. MMDC | 



*£age 1 of 1 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: RFI 585; Bull Nose Trim in 5208 



COR No. 



00353 



DATE: 10/13/00 
JOB: 99006 
ISSUE: 00445 



1 . Coplract time being extended 
U&J Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 10/17/00 ) 



For work described below, we offer the following quotation. 



Provide Cherry Bull nose trim to conference room 5208 per RFI 585 



Total Cost: 



$941 






Accepted By: 
Date: 
Accepted By: 



Pence/Kajly Construction, Inc. - John Gremmels 




Salem Aria Transit - John Wittington 

Date: ^ Koj^C foo 



Reviewed By: 



npanies - Craig Lewis 

Date: foji g f^o 



Accepted 



Manon Cow 



Date: 



ty - Billy Wasson 



Pro Management Systems, Inc. 




. .... 



KJO 



^^.^ cut n^,. 





PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB# 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



COR No. 



00354 <^ 



DATE: 10/13/00 
JOB: 99006 
ISSUE: 00475 



Project: 
COR Title: 



Courthouse Square 
Wood trim additions 



1 . Contract time being extended 
( -^"i Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 10/17/00 ) 



For work described below, we offer the following quotation. 



Provide wood trim additions per Architects site instructions. 



Total Cost: 



$521 





Accepted By: 
Date: 
Accepted By: 



Pentf 



Construction, Inc. - John Gremmels 

Yii n[cu 



Reviewed By 



Date: 




Salem flrda Transit - John TVittington 



Pro Management Systems, Inc. 
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PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: RFI 603; Caulk at Exterior Brick 



COR No. 



00355 



DATE: 10/17/00 
JOB: 99006 
ISSUE: 00465 



1 . Contract time being extended 
( tyr ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 10/19/00 ) 



For work described below, we offer the following quotation. 



Provide sand caulk joint at the exterior of the building where the tile meets brick per RFI 603. 



Total Cost: 



$623 



h^ 7 



M/5I 






Accepted By: 
Date: 
Accepted By: 



Pence/I 



nstruction, Inc. - John Gremmels 



Reviewed By: 




lark Compares - Craig Lewis 



Sale/n Area Transit - Bonn Wittington 

Date: ^ a/l^, / 00 



iiy vveJ&aun 



Pro Management Systems, Inc. 
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PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pcnc* Loop SE, Salem, OR 97302 (503) 399-7223 
Inland (603) 2244691 Fax (503) 585-7477 

CCB #63435 



Potential Change or Clarification 



TO: Dennis Oster 

Sams & Son Weatherstripping 
PO Box 652 

Albany, OR 97321-0214 

Project: Courthouse Square 
PCC Title: Sand Joint at Tile/Brick 
Respond By: 10/5/00 



BECEWEO 

OCT 16 *» 



PCC No. 



00011 



Pence Ketty 
Construction 



DATE: 10/3/00 
JOB: 99006 
ISSUE No.: 

CONTRACT No.: 9906-07900 



I 



The following Change Clarification Request is being considered. 
| Please respond with in five (5) days with any cost or time impact. 

Please provide a price for providing sand joint caulking at the exterior perimiter of the building where the Tile meets 
in© DiicK. 




Cost Impact: ^S^SO 
Time Impact: -Q" 



Please check box if no time AND cost impact: Q 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 

,ssued B V : John Gremmels By: QjLtuu- (Qduu 

Date: 10~I3~OQ 



ro Management Systems. Inc 



All responses require signature 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503)399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB# 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: RFI 606; Undercounter Lights 



COR No. 



00356 



DATE: 10/17/00 
JOB: 99006 
ISSUE: 00467 



1 . Contract time being extended 
( j^T) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 10/19/00 ) 



For work described below, we offer the following quotation. 



Provide Undercounter Lights per RFI 605 



Total Cost: 



$193 




Pro Management Systems. Inc. 




CHANGE ORDER ANALYSIS 
Summary Sheet 

Provide undercounter lights, 4' specified won't fit DATE: 10/16/00 



COMPANY 

CO # 99 EC Proposal # : 62759-99 



Owner's Ref. #: RFI-605 

A TOTAL PRICE THIS CHANGE ORDER 

as shown in item 15; $ 185.00 

B. Scope to be performed: 

1 . S ee attached documents 

C. Cost Summary: 

1. Total Material Cost (see back-up) $ 168.00 

2. Total Burdened Labor Cost (see back-up) .00 

3. Subcontractors Cost (see back-up) . 00 

4. Equipment Cost (see back-up) . 00 

5. Other Miscellaneous Costs (see back-up) 0.00 

6. Small Tool allow % of item 2 

7. Record Drawings and Submittals 

8. Warranty Work 0.00 % of direct expenses 

9. Overhead 10 % 16.80 



10. PROFIT at % 







11. B&OTax % WAonly 

12. Sales Tax 0.00 % 

13. Bond 0.00 % 0.00 
TOTAL PRICE THIS CHANGE ORDER $ 184.80 



This change order requires a schedule adjustment of days. Pricing subject to 
revision after 30 days. 

The costs represented include only those clearly identified at this time. No impact or delay costs are 
included. Should it be determined at a later date that the project is impacted by multiple scope 
changes, or causes beyond our control, those costs may be submitted at that time. Work will commence 
upon written acceptance by an authorized agent. 



E C Company 

Craig Davis, PM 



Authorized Agent 



CHANGE ORDER ANALYSIS 



MATERIAL COST SUMMARY 



CO# 98 



EC Proposal # 
Owner's Ref. #: 



62759-99 



RFI-605 



Material 

1. 
2. 
3. 
4. 
5. 
6. 
7. 
8. 
9. 
10. 
11. 
12. 
13. 
14. 



See attached 



#of 
Units 

1.00 



Unit 
Cost 
Each 
168.00 



Cost 



168.00 



Freight 



Waste and Spoilage 



Subtotal Material Cost 

Sales and other Taxes 

Shipping, Storage, Distribution @ 

Restocking 



168.00 



% 



TOTAL COST OF MATERIALS 



168.00 



CHANGE ORDER ANALYSIS 



Date: 



10/16/00 



CO# 98 



(X)Field ( )Shop 



DIRECT LABOR WAGE 
Electrician (see back-up) 
Field Foreman 
General Foreman 

Subtotal Direct Labor Cost 



LABOR COST SUMMARY 



Total 
Hours 



0.00 
0.00 



EC Proposal # : 62759-98 



Owner's Ref. #: RFI-602 



Rate 



42.12 
45.56 
49.00 



Cost 



0.00 
0.00 
0.00 
0.00 



PAYROLL TAXES 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 



inc in base rate 
incinbase rate 
inc in base rate 
inc in base rate 



BENEFITS 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 



inc in base rate 
inc in base rate 
inc in base rate 



Project Manager 



Subtotal Labor Cost 

Subsistence, Per Diem, and Parking 



0.00 



0.00 



LABOR TOTAL 



$ 0.00 



JOB: 19063 Mat=Std Lab=Stdl 
COURTHOUSE SQUARE 08-06-99 



Electrical Construction Co. 
BID TAKE-OFF DETAILS 
10-13-00 13:44 Pg : 1 



PENCE / KELLY CONST 



MATERIAL 



?ART NUMBER DESCRIPTION 



COUNT 



UNIT 



EXTENDED 



LABOR 



UNIT 



HOURS 



BID ITEM SYSTEM 

ECCR-99 RFI-605 

*** Breakout Multipliers: Count = 



Material Cost 



.00; 



Labor Hours 



ESTIMATOR 
CRAIG 
.00 



2710RC00189 
2710RC00757 
5420ID30076 
65308072030 
7410GE45715 
5911ZZ00100 

Total: 



4" SQ BOX 1-1/2" DEEP 1/2" KO 

4IN SQ TO RND RING 5/8 756 

WIRENUT RED IDEAL 

6X3/4 FH WOOD SCREW 

BAL 1-F30 RS 277V BX 8G1072WF 

18" 1L FLUOR STRIP UNDR CTR 



184.000 C 
137.000 C 

92.880 M 
.034 E 

52.310 E 



5.52 
4.11 
.83 
.20 
156. 93 



30.000 C 

15.000 C 

30.000 M 

.14 E 

.700 E 

.530 E 



167.59 



.90 
.45 
.27 
.84 
2.10 
1.59 

6.15 



Grand Totals : 



168. 00 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Ptfte* Loop W, *»l«n,ORt7a02 W)3)WWr22a 
Portland f*») ZM*tM Pax (903) WW477 

CCB#VM3S 



Request for Information 



TO: Leonard Lodder 

Arbuckle Costic Architects 
363 State Street S.E. 

Salem. OR 97301-3533 

Project: Courthouse Square 

Subject: Undercounter Lights 

Please process and return by no later than 



RFI No. 



00605 



DATE: 10/4/00 
JOB: 99006 
ISSUE No.: 



10/11/00 



Question 



Spec. Ref. 



Dwg. Ref. # 



4' undercounter ffghts are spaced in the following rooms, they only have room under the counter 
for, 

room 5205 - 3ft 
room 5144 - 2ft 
room 3220-1 1J2ft 



signed: . John Gmmmgls _ 

Response By: Firm: 

. Pate: 



Upon receipt 
in extra to you 



~i you must notify Pence/Kelly wfthfn 2 days, whether the RFI is a no cost change, or 
Additional costs must be submitted within 10, days of receipt. 






PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB# 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: RFI 598; Emergency Lights at Trans 



COR No. 



00357 



DATE: 10/17/00 
JOB: 99006 
ISSUE: 00458 



1 . Contract time being extended 
( J^f * Calendar days. 

2. Acceptance of COR prior to our 
deadline date of < 10/19/00 ) 



For work described below, we offer the following quotation. 



Provide Emergency Lights at the Transit Lobby per RFI 598 



Total Cost: 



$327 





Accepted By: 
Date: 
Accepted By: 



Reviewed By 



Construction, Inc. - John Gremmels 

\o\nloo 




Salem AreafT ransit - John Wittington 

Date: J[Q j^fo jpO 



Pro Management Systems, Inc. 



CHANGE ORDER ANALYSIS 
Summary Sheet 

Emer lights @ Transit per Fire Marshall DATE: 1 0/1 6/00 



CO # 95 EC Proposal # : 62759-95 

Owner's Ref. #: RFI-598 

A TOTAL PRICE THIS CHANGE ORDER 

as shown in item 15; $ 311.00 

B. Scope to be performed: 

1 . S ee attached documents 




COMPANY 



C Cost Summary: 



1. 


Total Material Cost (see back-up) $ 


55.00 


2. 


Total Burdened Labor Cost (see back-up) 


227.80 


3. 


Subcontractors Cost (see back-up) 


0.00 


4. 


Equipment Cost (see back-up) 


0.00 


5. 


Other Miscellaneous Costs (see back-up) 


0.00 


6. 


Small Tool allow % of item 2 




7. 


Record Drawings and Submittals 




8. 


Warranty Work 0.00 %of direct expenses 




9. 


Overhead 10 % 


28.28 


10. 


PROFIT at % 




11. 


B&OTax % WAonly 




12. 


Sales Tax 0.00 % 




13. 


Bond 0.00 % 


0.00 



TOTAL PRICE THIS CHANGE ORDER $ 311.08 



This change order requires a schedule adjustment of days. Pricing subject to 
revision after 30 days. 



The costs represented include only those clearly identified at this time. No impact or delay costs are 
included. Should it be determined at a later date that the project is impacted by multiple scope 
changes, or causes beyond our control, those costs may be submitted at that time. Work will commence 
upon written acceptance by an authorized agent. 



E C Company 

Craig Davis, PM 



Authorized Agent 



CHANGE ORDER ANALYSIS 



Date: 10/16/00 



CO# 95 



(X)Field ( )Shop 



DIRECT LABOR WAGE 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Direct Labor Cost 



LABOR COST SUMMARY 



Total 
Hours 



0.00 
5.00 



EC Proposal # : 62759-95 



Owner's Ref. #: RFI-598 



Rate 



42.12 
45.56 
49.00 



Cost 



0.00 
227.80 

0.00 
227.80 



PAYROLL TAXES 
Electrician (see back-up) 
Field Foreman 
General Foreman 

Subtotal Payroll Taxes/Benefits 



inc in base rate 
inc in base rate 
inc in base rate 
inc in base rate 



BENEFITS 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 



inc in base rate 
inc in base rate 
inc in base rate 



Project Manager 



Subtotal Labor Cost 

Subsistence, Per Diem, and Parking 



5.00 



227.80 



LABOR TOTAL 



$ 227.80 



CHANGE ORDER ANALYSIS 



MATERIAL COST SUMMARY 



CO# 95 



EC Proposal # 
Owner's Ref. #: 



62759-95 



RFI-598 



Material 



#of 
Units 



Unit 
Cost 
Each 
55.00 



Cost 



See attached 



1.00 



55.00 



2. 

3. 

4. 

5. 

6. 

7. 

8. 

9. 

10. 

11. 

12. 

13. Freight 

14. Waste and Spoilage 

Subtotal Material Cost $ 55.00 

Sales and other Taxes 

Shipping, Storage, Distribution @ % 



Restocking 



TOTAL COST OF MATERIALS 



$ 



55.00 



TOB: 19063 Mat-Std Lab=Std2 
:OURTHOUSE SQUARE 



08-06-99 



Electrical Construction Co. 
BID TAKE-OFF DETAILS 
10-13-00 13:17 Pg : 1 



PENCE / KELLY CONST 



PART NUMBER DESCRIPTION 



COUNT 



MATERIAL 



UNIT 



UNIT 



HOURS 



)ID ITEM 
ECCR-95 



SYSTEM 
RFI-598 



ESTIMATOR 
CRAIG 



11300034605 12/2 MC CABLE W/GREEN GROUND 

^400TB00302 1/2 "TITE-BITE" STR BOX CON 

2400XX10023 AC/MC CABLE STEEL CLIP 

;420ID30076 WIRENUT RED IDEAL 

Total : 



60 
9 



12 



630.210 M 
173.030 C 
.066 E 
92.880 M 



37.81 
15. 57 
.53 
1.11 



44.000 M 
15.000 C 
. 025 E 
37.500 M 



55. 03 



2 .64 
1 .35 
.20 
.45 

4.64 



Grand Totals : 



55.00 



4.64 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Co 



Potential Change or Clarification 



TO: Craig Davis 

Electrical Construction Company 
P.O. Box 925 
Albany, OR 97321 

°roject: Courthouse Square 

.'CC Title: RFI 598; Emergency Lights in Transi 

Respond By: 9/26/00 



PCC No. 



00108 



DATE: 9/25/00 

JOB: 99006 

ISSUE No.: 00458 
CONTRACT No.: 9906-16000 



I The following Change Clarification Request is being considered. 
| Please respond within five (5) days with any cost or time impact. 

Please provide cost for RFI 598; Emergency Lights in Transit Lobby; Please forward as soon as possible. 



Cost Impact: 
Time Impact: 



Please check box if no time AND cost impact: Q 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 

Issued By: John Gremmels By: 

Date: 



> Managament Systems, Inc. 



All responses require signature 



09/25^2000 09:20 FAI 503 581 3655 

At: SB 13655 



Sent By: PENCE KELLY; 
ro:_ Arbuckle Coetic 



ARBUCKLE COSTIC 
503 364 5382 ; 



■+ COURTHOUSE SQR El 001/003 
Sep-25-00 9:44AM; Page 1 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SB, Sal im OR 97302 (603) 998-7223 
Portland (KB) aatJSW Fax (50JJ 6W-7477 

CCB* 13436 



Request for Information 



TO: Leonard Lodder 

Arbuckle Costic Architects 
363 State Street S.E. 

Salem, OR 97301-3533 

Project: Courthouse Square 

Subject: Emergency Lights @ Transit Lobby 

Please process and return by no later than 10/2/00 



RFI No. 



DATE; 9/25/00 
JOB: 99006 
ISSUE No.: 



00598 



Question 



Spec. Ref. 



Dwg. Ref. # 



The Fire Marshal requires emergency lights in the cloud in the Transit Waiting room 1 175. Lights 
will be installed per the attached drawing. 



Signed: John Gremmolfl 

Response By: Firm: 

Pate: 



Upon receipt otMys RFI you must notify Panca/Kelly within 2 days, whether the RFI is a no cost change, or 
an extra to ^UF^contract. Additional costs must be submitted within 10, days of receipt. 

By: / y^^ ^^ Date: C^/'Z & 

^ Craig Lewis. MMDC ^e^ l£>' 



Paga 1 of 1 



09/25/2000 08:20 F/U 503 581 3655 

Senr By: PENCE KELLY J 

« CORRECTION NOTICE 

Page / OF / 



ARBUCKLE COSTIC - C0UR ™ V, SE SW 

503 364 5382 J Sfep-25-00 9;*4ftM| 




14)002/003 
Page 2/3 



AT YOUR SERVICE 

BUILDING & SAFETY DIVISION 
(503) 588-6256 



ADDRESS: 



v£Sy G<tJf S¥ PERMIT #; 44}/?^ 



TYPE OF INSPECTION: ££naf* *& Jr/u+G 



The following conditions are to be corrected: . 





Was*. /% &t^% - 



'At. 





rap 



INSPECTC 

DATE 

ORIGINAL * Job Site . YELLOW COPY - Office copy PINK - Inspector 



. 09/25/2000 09:21 FAX 503 581 3655 ARBUCKLE COSTIC -> COURTHOUSE SQR 1^3003/000 




— f *S\ < v» t*» — 
• f I , C ' ' 

£ ^ r o-c z 





PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB# 63435 




Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: RFI 602; Exit Devices at Storefront 



COR No. 



00358 



DATE: 10/17/00 
JOB: 99006 
ISSUE: 00464 



1 . CrfnVact time being extended 
(Jr / ) Calendar days. 

2. '"Acceptance of COR prior to our 

deadline date of ( 10/19/00 ) 



For work described below, we offer the following quotation. 



Provide electrical power for exit devices on 4 vista-wall doors per RFI 602 



Total Cost: 



$2,291 



Accepted By 




Pence/KeVrCo nstructi o n » |nc - - J° nn Gremmels 

Date: I l°/|->/QO 



Reviewed By: 



Accepted By:_ 




Salem A^ea Transit - John Wittington 

Date: \ ) 00 



Date: n/zt/ 
Accepted By 

Date 




oo 




Pro Management Systems, Inc. 



I 



CHANGE ORDER ANALYSIS 



Date: 10/16/00 



LABOR COST SUMMARY 
CO# 98 EC Proposal # : 62759-98 



(X)Field ( )Shop Owner's Ref. #: RFI-602 



Total 

Hours Rate Cost 



DIRECT LABOR WAGE 

Electrician (see back-up) 0.00 $ 42. 12 $ 0.00 

Field Foreman 14.00 45.56 637,84 

General Foreman 49.00 0.00 

Subtotal Direct Labor Cost $ 637.84 

PAYROLL TAXES 

Electrician (see back-up) $ inc in base rate 

Field Foreman inc in base rate 

General Foreman inc in base rate 

Subtotal Payroll Taxes/Benefits inc in base rate 

BENEFITS 

Electrician (see back-up) $ inc in base rate 

Field Foreman inc in base rate 

General Foreman inc in base rate 

Subtotal Payroll Taxes/Benefits 

Project Manager 



Subtotal Labor Cost 14.00 $ 637.84 

Subsistence, Per Diem, and Parking 

LABOR TOTAL $ 637 84 



1 



PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503)399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 
COR Title: PR #1 56; Power to UPS 



COR No. 



00359 



DATE: 10/17/00 
JOB: 99006 
ISSUE: 00459 



1 . Contpact time being extended 
( \Q ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 10/19/00 ) 



For work described below, we offer the following quotation. 



Provide Power to UPS per PR #156 



Total Cost: 



$847 





Accepted By: 
Date: 
Accepted By:_ 



Pern 



Constru cttOfin nc . 
IC>/J7/0© 



1 



, Inc. - John Gremmels 




Salem Arha Transit - John Wittington 

Date: ^ fD /xfa/oc 



Reviewed By: L/iLs c ^\ *\ 

Mel vinT^rk Companies - Craig Lewis' 

Accepted By^ jB/ \^~~ 

MaronCoi rity - Billy 



Date: 



Col nty - Billy Wasson 



Pro Management Systems, Inc. 
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CHANGE ORDER ANALYSIS 
Summary Sheet 

Power to UPS unit in computer room DATE: 10/16/00 



CO# 96 



A TOTAL PRICE THIS CHANGE ORDER 
as shown in item 15; 

B. Scope to be performed: 

1 . S ee attached documents 



C. Cost Summary: 



1. 


Total Material Cost (see back-up) 


$ 


368.00 


2. 


Total Burdened Labor Cost (see back-up) 




364.48 


3. 


Subcontractors Cost (see back-up) 




0.00 


4. 


Equipment Cost (see back-up) 




0.00 


5. 


Other Miscellaneous Costs (see back-up) 




0.00 


6. 


Small Tool allow % of item 2 






7. 


Record Drawings and Submittals 






8. 


Warranty Work 0.00 % of direct expenses 






9. 


Overhead 10 % 




73.25 


10. 


PROFIT at % 






11. 


B&OTax % WAonly 






12. 


Sales Tax 0.00 % 






13. 


Bond 0.00 % 




0.00 




TOTAL PRICE THIS CHANGE ORDER 


$ 


805.73 




COMPANY 



EC Proposal # : 62759-96 
Owner's Ref. #: PR-156 



$ 806.00 



This change order requires a schedule adjustment of days. Pricing subject to 
revision after 30 days. 

The costs represented include only those clearly identified at this time. No impact or delay costs are 
included. Should it be determined at a later date that the project is impacted by multiple scope 
changes, or causes beyond our control, those costs may be submitted at that time. Work will commence 
upon written acceptance by an authorized agent. 



E C Company 
Craig Davis, PM 



Authorized Agent 



CHANGE ORDER ANALYSIS 



Date: 



10/16/00 



CO# 96 



(X)Field ( )Shop 



DIRECT LABOR WAGE 
Electrician (see back-up) 
Field Foreman 
General Foreman 

Subtotal Direct Labor Cost 



LABOR COST SUMMARY 



Total 
Hours 



0.00 
8.00 



EC Proposal # : 62759-96 



Owner's Ref. #: PR-156 



Rate 



42.12 
45.56 
49.00 



Cost 



0.00 
364.48 

0.00 
364.48 



PAYROLL TAXES 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 

BENEFITS 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 

Project Manager 



inc in base rate 
inc in base rate 
inc in base rate 
inc in base rate 



inc in base rate 
inc in base rate 
inc in base rate 



Subtotal Labor Cost 

Subsistence, Per Diem, and Parking 



8.00 



364.48 



LABOR TOTAL 



$ 364.48 



CHANGE ORDER ANALYSIS 



MATERIAL COST SUMMARY 



CO# 96 



EC Proposal # : 
Owner's Ref. #: 



62759-95 



RFI-598 



Material 

1. 

2. 
3. 
4. 
5. 
6. 
7. 
8. 
9. 
10. 
11. 
12. 
13. 
14. 



See attached 



#of 
Units 

1.00 



Unit 
Cost 
Each 
368.00 



Cost 



368.00 



Freight 



Waste and Spoilage 



Subtotal Material Cost 
Sales and other Taxes 
Shipping, Storage, Distribution < 
Restocking 



368.00 



TOTAL COST OF MATERIALS 



$ 368.00 



PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #145; Delete Fibermesh at Ramp 



COR No. 



00360 



DATE: 10/17/00 
JOB: 99006 
ISSUE: 00436 



1 . Contrast time being extended 
(^X/)Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 10/19/00 ) 



For work described below, we offer the following quotation. 



Delete Fibermesh at Topping Slab to Ramp per PR #145 



Total Cost: 



($114) 



By: Z^- 7 

Melvin IvTark Companies - Craig Lewis 



Accepted By: V _ ^ 

Pence/K sH^onstruction, Inc. - John Gremmels 



Date: 
Accepted By: 




Salem Area\TrAnsit - JoTin Wittington 

Date: [Ofa/crl 



Reviewed 

Date 

Accepted 

Date: 



Companies - Craig I 




Marion Coi nty - Billy Wasson 



CO 



Pro Management Systems, Inc. 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #161; Railing at Parking Ramp 



COR No. 



00361 



DATE: 10/17/00 
JOB: 99006 
ISSUE: 00471 



1 . Contract time being extended 
( (?) ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 10/19/00 ) 



For work described below, we offer the following quotation. 



Provide Railing at Parking Ramp per PR #161 



Total Cost: 



$219 





Accepted By: 
Date: 
Accepted By:_ 



Peru 



f Construction, Inc. - John Gremmels 



Reviewed By: 




Date: 




Melvin Mark Corrjffenies - Craig Lewis 

Date: Io/ u / >6 



Salem Ar*a transit - John Wittington 



Accepte 



J ® fa fa) 




Manon County - Billy Wasson 

Date: J [Oje^CQ 



Pro Management Systems, Inc. 
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Potential Change or Clarification 



TO: Chuck Howe 

Reliable Fabrication & Renewal 
P.O. Box 70125 
Eugene, OR 97401 

Project; Courthouse Square 

FCC Title; PR #161; Railing at Parking Ramp 

Respond By: 10/16/00 



00061 



PCC No. 

DATE: 10/13/00 

JOB: 99006 

ISSUE No.: 00471 
CONTRACT No.: 9906-05120 



The following Change Clarification Request Is being considered. 
Please respond within five (5) days with any cost or time Impact. 



Ptrase provftfa a cost for PR 0161; Raffing at Paridng Ramp. We rmed this co*t fawnectiataly. 

Cost impact: * lie.* 2 - i 

Time Impact: 3 " H dtAv^S 



Please check box if no time AND cost Impact □ 



INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 



Issued By: John grammels 




Date; \0 -t'S- PO 



Pro KjMlCoevncevMurm, »ro. 



All rwponaes require signatura 



FRQK : RELIABLE FABRICATION * RENEWAL PHONE NO. : 541 747 9519 Oct. 13 2000 02:34* 92 

OCT-13-2000 m 08:23 AM PENCE KELLY FAX NO, 503 585 7477 p a?/m 



JiAR 
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PROJECT! » 



1. 

a. 



JCKLE QOVT1C AHCWT6CT8, INC 



PROPOSAL REQUEST 



1t1 



MS Court Start* UK 



Marion Qaunty «tf WmAmllBtTiifflH 
100 Hfch atari NE DHrtd 
aalam,Ch**wt H40MWl**»NE 

PanwACSty Qofafeudlovu tsc. 
SMTFanosUaaSS 



OOPtTRMSTrolt 



17,11 



Pfe«9» Sub to tei^ quotation br 



iiip^ a hsnN> 



Q*optf MHhq at PwWng temp 



Pi t*o» a r cm «m< ptpo napctaff ana anchor to pwo«mitir<teii»iiiDicwieh 



Cof*^*um«han(£^^ $ 1 1 & ^ 

TafM»tfHf ga (nona) (kdnata) <dmkie& ff^ 
tw» p*gp< mI naauastafli aa iimm afrar fO~Z$~oa 



vmch&fixmm. i«a PtfieaMtftCaaitiiM^to UtftonOurtr «tf . 

mOt£ntr»l^Stt a^O^JT$7afc fetanOtwrn aim — 



Warn, Of toon 



Mk DM: 



PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #1 59; Flashing at Busmall "T"s 



COR No. 



00362 



DATE: 10/18/00 
JOB: 99006 
ISSUE: 00463 



1 . Contract time being extended 
(Pf ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of { 10/20/00 ) 



For work described below, we offer the following quotation. 



Provide S.S. Flashing at Busmall Intermediate "T'"s per PR #159 



Total Cost: 



$5,696 



Accepted By: 




Penc^K^lly Construction, Inc. - John Gremmels 

Date: f \° f \9{t*> 




Accepted By: 





Salem Arfea transit - John Wittington 

Date: \isll£ /pO 




lark Corrjpanies* Craig Lewis 




MariorTCounTyJ- Billy Wasson 

Date: At^Zjfc^Cb 



Pro Management Systems, Inc. 
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10/13/2000 12:00 FAI 7631434 
JUEU/.00 11:59 FAX 360 574 3487 

OCt-10-2000 TUE 02*. 43 PH PEHCE KELLY 



PENCE KELLY CNST 
DBAMOR ASSOCIATES 



FAX HO. 503 585 7477 
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PENCE/KELLY 

CONSTRUCTION, INC 

4747 Fttifle Loop K, Saton, ORI7902 <0O»)ttt*» 




Potential Change or Clarification 



TO: Phil Waldo 

Deamor Associates, Inc. 
14010ANE 3rd Court #102 
Vancouver, WA 08685 

Project: Courthouse Square 

PCC Title: PR 159; SS Flashing at Skylight Ts 

Respond By: 10/12/00 



00002 



PCC No. 

DATE: 10/10/00 
JOB: 99006 

ISSUE No.: 00463 
CONTRACT No.: 9906-08950 



The following Change Clarification Request is being considered. 
Please respond within five (S) days with any cost or time impact. 



Pleats provide a cost for PR 159; SS Flashing at Skyljght Ts, wo need this as soon as possible. 



Cost Impact: 
Time Impact: 




Please check box If no time AND cost impact PI 
INCLUDE THIS FORM WITH ALL BACKUP INFO 



Issued By: John Qreroraels 




All responses require signature 



10/13/2000 12:00 FAX 7631434 
iqt 13/00 11; SB FAX 360 574 3487 



D gAMOR ASSOCIATES 



BOO 



DeaMor Associates, Inc. 

14010-ANE 3 rt Court Suite 102 
Vancouver, Washington 9868S 
Portlandphone (503) 284-6799 FAX (360) 574-3487 
Oregon. Registration No. 45832 

CHANGE PROPOSAL, 

Date: October 13, 2000 
To: John Gremmels 

Project: Courthouse Square 

Section: Metal-framed glass canopies 

Reference; Additional Flashing at Bus Mall canopies 

Per your request (PR 1 59), we propose to furnish and install additional stainless steel 
flashing to direct water collecting on top of the Bus Mall Canopy steel into the stainless 
steel gutter system. Wc will use the same materials and design as the rain divcrtero we 
installed on the Entry Canopy. We exclude provision of additional flashing diverters at 
the intersection of the steel outriggers and the columns. 



INSTALLED PRICE S S.420.00 



Deadi&bTy Associates 

4-eL — 



Phil Waldo, Project Manager 
FAX 1 Page (503)364-5382 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB# 63435 




Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 
COR Title: RFI 454; 1 8" Handles 



COR No. 



00363 



DATE: 10/18/00 
JOB: 99006 
ISSUE: 00454 



1 . Carfijpct time being extended 
jJ^J ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 10/20/00 ) 



For work described below, we offer the following quotation. 



Provide 18" handles on Doors S199C and S299B per RFI 590. 



Total Cost: 



$210 




Accepted By: 
Date: 

Accepted By: 
Date: 




Pro Management Systems, Inc. 
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□ KLAMATH FALLS □ MEDFORD □ EUGENE □ BEND 

528 Main St.. Ktarath Fata, OR 97601 1160 Khutaon. Medfard. OR 97504 208 Medfecn. Eugene. OR 97402 63010 Plateau Op. #1. Bend. OR 97701 

©41 J 882-7246 • Fax (541) B83-3724 15411 773-7918 • Fax (541) 779-1520 1541)485-7211 • Fax (541) 342-5995 (541J 383-3942 • Fax (5411 383-5070 

□ PORTLAND □ SALEM □ REDDING 

9130 S.W. Pioneer CL. #C, 2264 JUfeon St S.E.. Satem. OR 97302 837 RemorSL. ««idi^CA9S0^ 

Wfeanvilte. OR 97070 (503J 566-7922 • Fax (503) 566-7924 (5301 221-8132 • Fax (530J 221-0319 
(503:- 570-9610 • Fax (5031 570-9412 

PENCE KELLY CONSTRUCTION Date: 08/10/00 



ATTN: JOHN F.O.B. JOBSITEDOCK 

1-503-364-5382 Freight pre-paid: Tenms: Net 10 th Prox 

WE APPRECIATE THE OPPQRTUMTY TO QUOTE YOU AMD SUBMIT THE FOLLOWING PROPOSAL TO S81 MATERIAL OR EQUIPMENT LISTED FOR YOUR CONSIDERATION. 



COURTHOUSE SQUARE 
RFI 553 PCC 00017 

-ADD HAND LE TO DOOR 1 1 8 0A » T^PztfrL ?1&J? 
TRIMC0 1191-5 18° 630 QUOTE 63,00 



NOTE: 1 Va% INTEREST PER MONTH CHARGED ON ALL PAST DUE ACCOUNTS 



IF WE ACCEPT THIS PROPOSAL WE AGREE; 

TO PAY OUR ACCOUNT IN FULL WITHIN THE TERMS STATED ABOVE. IF THIS ACCOUNT 
IS NOT PAID AS AGREED WE AGREE TO PAY BELL'S COSTS OF COLLECTION WHETHER 
OR NOT LEGAL ACTION IS INSTITUTED, AND IF LEGAL ACTION IS INSTITUTED, BELLS 
REASONABLE ATTORNEY'S FEES AT TRIAL AND UPON APPEAL. FURTHERMORE IN 
THE ABSENCE OF AN AGREEMENT TO THE CONTRARY WE AGEE TO PAY A FINANCE 
CHARGE OF 1Va % PER MONTH. WE FURTHER WAIVE PRESENTMENT. DEMAND. 
PROTEST AND NOTICE OF NON-PAYMENT HEREOF, WE BIND OURSELVES AS THE 
PRINCIPAL AND SURETY AND AGREE TO REMAIN BOUND HEREON. 



Respectfully 
Submitted: — 



JERRY DAVIS 



Subject to acceptance within . 
Delivery estimated approx. 



_Days 
.Days 



from receipt of this Quotation signed or an acceptable 
Purchase Order. 



Accepted . 
Company - 
eoo® 



3N3DQ3 30 SHVMdHVH 1139 



Title . 
Date. 



S66SZfrCTfrS XV3 S0:TT MLL OO/OT/80 

- VYVt^Z -It OO/OL/9 :p©ATasey 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB# 63436 




Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



COR No. 



00364 



DATE: 10/19/00 
JOB: 99006 
ISSUE: 00477 



Project: 
COR Title: 



Courthouse Square 
Misc. Signage 



1 . Cofffiraet time being extended 
[jSj ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 10/23/00 ) 



For work described below, we offer the following quotation. 



Provide additional Fire Department Rapid Entry Box per Fire Marshall, (card keys did not fit into box provided by 
owner.); Provide "Call 91 1" and "Narrow Stairway signs per Fire Marshall; Provide temporary "No smoking" signs; 
Provide "Elevaor Deck Load" sign per the elevator inspector. 



Total Cost: 



$829 






Accepted By: 



PenqwKSIly Construction, Inc. - John Gremmels 

Date: \ lO(l*V&0 



Reviewed By: 



Accepted 

Date 



By: J^\ \ Jbi 3£z 

Salem Aria Transit - John Wittlngton 

I \('2A I 00 



sMn Mark 

Datej 



Accepted 




Wan^Coypanies - C/aij £eU 



Marion County / Billy Wasson 

Date: / il\[z-i Ifo 



Pro Management Systems, Inc. 
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Fire Department 
Rapid Entry 
Systems 

1-800-545-7402 



Mail to: 



Supra Products, Inc. 
P.O. Box 3167, Salem, OR 97302 J 



1. This form must have the appropriate authorized signature 
from the Fire Department or issuing agency. 

2. All KeyBoxes are shipped without keys. Contact the Fire 
Department or issuing agency for information concerning 
keys and lockup. Mounting instructions for KeyBoxes included 
with order. 

3. Please contact your Fire Department for specific mounting 
placement on your building. 

4. Delivery: Allow 3-4 weeks. 

5. Payment: □ 3S or Q Cft (provide number below) 

□ C.O.D. (additional CO.D. charge added) 

□ P.O. (copy must accompany order) 



Ship-to Location 



Building Owner Information 



Ordered by 



Company kLfU-W Co <V/ SIQU C QgC*/ , -CM C 

Physical Street Address . 
City/State/Zip. 

Attention Phone 
MC/VISA # 
Signature 



Order Date: ^/ £>A 



Company _ 
Street 



City/State/Zip . 
Name 




. Phone ( 



P.O.#, if required. 



Rapid Entry KeyBoxes 




SupraSafe 2HS* 

UL LISTED 

Heavy Duty - %" steel wall construction, W solid 
steel lid, with vault reinforcement. Black polyester 
textured powder paint. 
4"W x 5"H x 3 %"D. U.L. listed Titan lock. 




For Office 
! Use only 



Part #1 



524314 
524164 
524154 



544314 
544164 
544154 



Qty. 



Price 



145.00 



175.00 



Total 



SupraSafe 2 



UL LISTED 

Heavy Duty - % n steel wall construction, l A" solid 
steel lid, with vault reinforcement. Black polyester 
textured powder paint. 
4"W x 5"H x 3 %"D with 7" x 7" flange 
U.L. listed Titan lock. 



534314 
534164 
534154 ■ 



180.00 



554314 
554164* 
554154 1 



! 195.00 




SupraSafe 2HSR* Recessed Mounting 



454000.; 



s 60.00 




SupraSafe 1 

%" steel wall construction 
4"Wx3"Hx2"D 

(No tamper switch available on this model) 



384164^ 
384154* 

- *> ! 



'115.00 



Accessories 



Fire Alert Decals (one provided w/every KeyBox) 



4258$ 



M.00 



Key Tags — colored tags w/hooks (pkg. 10) 



6034 WK) 



*9.00 



Fire Department or Issuing Agency Information 



Subtotal. 



Dept. System Code 
Dept. Name 




t Authorized Signature 



Shipping & 
Handling per 

KeyBox: $9"' 



City 'SLile/Xip 



^ ' /JJ_ 



MOT VALHJ AND WILL BE 
RETURNED WITHOt/T SIGNATURE) 

C# 

For Office Use Only 



Applicable Sales Tax 



Grand Total 




□ 
□ 

□ 



DATE 



COMPANY NfcME KW P./ KpHo£ 



PRICE QUOTATION 
PRICE ESTIMATE 
ORDER 

CHKUGE. ORDER ttEQOEST OPDWE 
nnnwmr.TAMT Thrrc, Mnore. 

trucnon 



address Jte* CnurihouF*. S ^no re. Afrqqrrxo **±-wrr 

PHONE 5 F frV *fa«> W g^44^; 



P.O. # 



CHARGED ON AOCTO 



C.O.D.D 



\ . *R< >pe./s>nBp hooks €>r & p&nnorrts 

3.CaU qus^ \ ruined in in^lQ ^^^ 

S. '2. Ca*Moh Uctooe; Harrow* *to>n*fi>| s^fr ^ 



AUTHORIZE D SIGNATURE 



DATE 



QUOTE VAIJI • FOR 80 DAYS 
CONDITIONS: 

Al Changes require approval and/or new quotation 
Purchaser is solely I able for copyright infringement 
in any provided art < r copy. 



CHECK THESE ITEMS 

□ QUANTITY 

□ SIZE 



All orders require Si % deposit & balance C.O.D. 
unless an account r as been established 



□ SUBSTRATE 

□ COLOR 

□ COPY 



□ COLOR/S. 

□ STYLE/S_ 



1865 12th Street, 8E 
SALEM, OR G7302 
(503)363 1311 (503) 370-7224 FAX □ DUEDATE- 



□ SIDES 1/2 



09/20/00 11:48 FAX 15033707224 



CAMPBELL CO 



tg] 01 




CAMPBELL COMMUNICATIONS COMPANY 

f=A>C MESSAGE 

From C3h"irHs IN/loor^e 



7- 'k* 5'uS 

4."^ blaoK 'c-^W-s on c6lu*e vvwcfroJ3 b«c4a<auoe/ 

•totoub^ptayd ela/edc «v\*d>-jM- rW*Y^_, 





1GG5 12TH STREET BE • SALEM. OREGON 97308 • C503D 363-1 31 1 

OflEGONTDLL FREE 1 -eOO-e3S-99*e • PAX C5a3} • CCB6QB25 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 339-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 




Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: RFI 6707; Chair Rail in 5120 



COR No. 



00365 



DATE: 10/19/00 
JOB: 99006 
ISSUE: 00474 



1 . Contract time being extended 
( *$~) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 10/23/00 ) 



For work described below, we offer the following quotation. 



Provide Chair-rail in Transit Reception 5120 per RFI 607 



Total Cost: 



$210 






anies - Craig Lewis 



Accepted By: 



Pei^A>K6lly Construction, Inc. - John Gremmels 

Date: M Vl^OO 



Reviewed By^ 



Accepted By:_ 




MeWTn Mark Corijpanies - Craig 

Date: it hi J&o 



Salem J^rea Transit - John Wittington 

Date: 1 t \oc 



Accepted B 




MariorTCountvjJ Billy Wasson 

Date: ^ 



Pro Management Systems, Inc. 
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Oct 19 00 12: 1G p Superior Finishing Inc. 503-370-9638 

0CM3-2000 FRI 03: 14 PH PENCE KELLY FftX NO. 503 585 7477 P. 01/02 

PENCE/KELLY 

CONSTRUCTION, INC. 

2747 PtnttUopSE, Sakffl, ORW730Z (!U3)U»T22) 
Pultbn4(MJ)2M4M1 Fax<S0a»«W«77 
CQ8«SU3« 

Potential Change or Clarification 




TO: BobNoyes 

Superior Finishing, Inc. 
5999 Lone Oak Rd. SE 
Salem, OR 97306 

Project: Courthouse Square 

PCC Title: RFI 607; Chair Rail in 5120 

Respond By: 10/17/00 



00017 



PCC No. 

DATE: 10/13/00 
JOB: 99006 
ISSUE No.: 00474 
CONTRACT No.: 9906-06400 



The following Change Clarification Request is being considered. 
Please respond within five (5) days with any cost or time impact. 



Please provide a cost to install Chair Rail in 51 20 per RFI 607. I need this as soon as possible 



Cost Impact: 



Time Impact: l<A&y 



Please check box if no time AND cost impact: Q 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 

Issued By: John Gremmels 



*tt Nfauuooftnnl $y Wm;, Irwt 



Bv; Kdx*?-- f)tyj!~^ 
Date: /tyt/r/&& ' 

Ail responses require signature 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 




Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR 160; Treasurer Reception Counter 



COR No. 



00366 



DATE: 10/19/00 
JOB: 99006 
ISSUE: 00469 



1 . C^ntfecWTme being extended 
^\y) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 10/23/00 ) 



For work described below, we offer the following quotation. 



Provide Treasurer Reception Counter per PR #160. There is no cost for this Proposal Request, the cost will be 
traded with the credit from Pence/Kelly for not providing Medex and Medite II cores in casework in 5th floor solid 
waste per addendum #9. The value of both issues is approximately $ 3,000. 



Total Cost: 



$0 



L 



Accepted By: 
Date: 

Accepted By: 
Date: 




Pro Management Systems, Inc. 



FROM : ACTION-PRIDE CABINETS INC. PHONE NO. : 541+383+2061 Oct. 16 2000 09:34AM P02 

FAX NO. 503 585 7477 P. 01/03 



OCM2-2000 THU 04:51 PH PENCE KELLY 

PENCE/KELLY 

CONSTRUCTION, INC. 

1MT Pence Loop sg. (Kitem, OK »TS02 (509) 396-Tm 
PwUwHJttO»)U44«l1 F«K (SOS) 888-7477 

OOB«tt& . 




Potential Change or Clarification 



TO; Brian Little PCCNo. 00013 



Action Prlds Cabinets Inc 

67367 Gist Road DATE: 10/12/00 

Bend, OR 97701 J0B . 99006 

ISSUE No.: 00469 

Project: Oourthouso Square CONTRACT No, 9906-12390 
PCC Title: PR #160; Treasures Reception Coun 
Respond By: 10/18/00 



The following Change Clarification Request is being considered. 
Please respond within five (5) days with any cost or time impact. 



Pleaso provide « cost for PR #1 60; Treasurer's ReceptiOh Counter. Also consider trading this for the credit for the 
Medex core for casework on the 5th floor, 



Cost Impact: ^fr I^IS^ 
Time impact: 1 toys, 



Pteafefe chock box If no time AND cost Impact: O 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 

Issued By: J ohnG rMir nmela i By: 

Date: \.Q* [t, <X> 




AH r»spon0«» reaulw *lon«*«ro 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB# 63435 



i J J* 



s 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #1 62; Ordinance Signage 



COR No. 



00368 



DATE: 10/20/00 
JOB: 99006 
ISSUE: 00472 



1 . Contract time being extended 
(_$--) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 10/23/00 ) 



For work described below, we offer the following quotation. 



Provide Oridiance Signage per PR #1 62 



Total Cost: 



$3,162 



J AAA"' 



\o0 



Pence/HMlVCc 
ate; \ I/O 




Accepted 

Date 
Accepted By: 



lonstruction, Inc. - John Gremmels 





Salem Area Transit - John Wittington 

Date: \/ [\\^\ loo 



Reviewed By: 



Pro Management Systems, Inc. 
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10/19/00 15:4$ FAX 15033707224 

PENCE/KELLY 

CON81 RUCTION, INC. 

THfHm Uwtft Um, 0M1M2 (83)39*7223 

ecttoci 



CAMPBELL CO 



a 01 




Potential Change or Clarification 



TO: Chris Moon 

Campbell S gns 
1865 12th Street SE 
Salem, OR 97302 

Project: Com (house Square 
" PCC title: PR i 162; Transit OraTnance^lgrTage' 
Respond By: 0/17/00 



PCC No. 



00010 



DATE: 10/13/00 

JOB: 99006 

ISSUE No.: 00472 
- CONTRACT No.: 009906-40440 



The follow vfng Change Clarification Request Is being considered. 
Please respond within five (5) days with any cost or time impact. 



Please provide a sost for PR #162; Transit Ordinance Signage; we need this i 



iasi 



: Impact: 



Tlmr 




Please check x>x ff ho time AND cost impact □ 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 



Issued By: John Qremmels 



By: 




Date: lOHu/CO 



PVe MsnsoefltsAt Oystsntt, ^nc 



All responses require signature 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #1 51 ; Retail Space Finishes 



COR No. 



00369 



DATE: 10/20/00 
JOB: 99006 
ISSUE: 00449 



1 . Contract time being extended 
( Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 10/23/00 ) 



For work described below, we offer the following quotation. 



Delete Finishes in Transit Retail Spaces 1121, 1123 and 1125 per PR #151 



Total Cost: 



($1,950) 



106/ 




Accepted By: 

i 

Date: 
Accepted By:_ 



Peno 



nstruction, Inc. - John Gremmels 



Reviewed By: 



\Ol2ojoO 



Melvin Mark Companies - Craig Lewis 

Date: I X )%il*i> 



Salem Aiei Transit - John Witting ton 

Date: IZy^M fpd 



Accepted By: 



Date 




Marion County/- Billy Wasson 



Pro Management Systems, Inc. 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB# 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: Columns at Transit Reception 



COR No. 



00370 



DATE: 10/24/00 
JOB: 99006 
ISSUE: 00478 



1 . Contract time being extended 
( %~ ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 10/26/00 ) 



For work described below, we offer the following quotation. 



Replace stud framed columns at 5th floor Transit Reception with shop-built casework columns. 



Total Cost: 



$3,291 



\0*/. 



Accepted By: 
Date: 

Accepted By: 
Date: 




Pro Management Systems, Inc. 
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10/23/00 



08:28 



KRIEGSCO MFG INC -> 503 585 7477 



NO, 070 



Krfogsco Mfg. Inc. 

P. O. Box 443 Hvt+mtH, Omgom 97032 
Pkt 503-08+9083 Fwb S 398A23 9 3 

PRICING REQUEST RESPONSE 

Date: October 20, 2000 

Company; Fence-Kelly. Inc 

To: Dave Hays 

From: KariTebchow 
Project Courthouse Square 

Response to: PCC #17 / PR #93 

FURNISH & INSTALL TRANSIT RECEPTION 5120 

INCLUDES: 7/16* BULLET-RESISTANT MATERIAL 
EXCLUDES: WRAPPING COLUMNS W/SUBSTRATE ft. P-LAM 

PRICE: TIME & MATERIALS, NOT TO EXCEED: $6,920.00 



OPTION: FURNISH & INSTALL 2 ROUND P-LAM COLUMNS 




Signature: Date. 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE f Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 




Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #1 63; Transit Locator Signage 



COR No. 



00372 



DATE: 10/24/00 
JOB: 99006 
ISSUE: 00473 



1 . Contract time being extended 
( ^ ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 10/26/00 ) 



For work described below, we offer the following quotation. 



Provide Transit Locator signage per PR #163 



Total Cost: 



$470 



,00/. 





lies - Craig Lewis 



Accepted By: 

i 

Date: 
Accepted By:_ 



Pence/Kd 



onstruction, Inc. - John Gremmels 



Reviewed By: 



Salem Arej 



Date: 




Melvin Mark Companies - Craig Lewis 

Date: / U 



Accepted 



— ...fington 




Marion County - Billy Wasson 

Date: J l^2.\^(Sfc 



Pro Management Systems, Inc. 
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PRICE QUOTATION 

□ PRICE ESTIMATE 

□ ORDER 

DATE ?/bQ CONSULTANTS ^8U&. MOOCg. 



companV y AMB-ggj^? / tcpuy osagE -jtb:h& 

CONTACT 5 54*1 
ADDRESS 



PHONE FAX *$e*3-~Htt 

P.O.# , CHARGED ON ACCTU C.O.D.D 



Hwstt-iHP Mint -^emdciMo c^ifie 
4* |^«a T&i\**tmJ 



AUTHORIZI ID SIGNATURE — _ DATE 



CHECK THESE IT! 



QUOTE VALD> FOR 30 DAYS r-, Z^tAKmJ 

CONDITIONS u QUANTITY— 

AM Changes require approval and/or new quotation □ SIZE 

Kp^S^S - ° SUBSTRATE 

TERMS □ COLOR 

All orders require 5 )%depostt 4 balancaC.0.0. □ COPY- 



MM: 



unteaa an acoium iaG been established q QOLOR/S 

] 865 12th Street, SE □ STYLE/S 



SALEM, OR 97302 □ SIDES 1/2. 

(503)369-1811 (503) 370-7224 FAX □ DUE DATE. 



10/23/00 12:40 FAI 15033707224 



CAMPBELL CO 




10/23/00 12:40 FAX 15093707224 



CAMPBELL CO 





CONSTRUCTION, INC. 



ooeMMie 



Minn (soDMt^a?) 

PlX<«»}«8W477 



TO: Chits Moore 
Campbell Sig is 
1865 12m Sheet SE 
Salem. OR £7302 



00011 



Project: Court! ouse Square 
PCC Title: PR #133; Transit Locator Signage 
Respond By: 1 C /1 7/00 



Potential Change or Clarification 

PCC No. 

DATE: 10/13/00 
JOB: 99006 
ISSUE No.: 00473 
CONTRACT No.: 009906-10440 



The following Change Clarification 
Please respond within five 



Request Is being considered. 
(5) days with any cost or time impact 



Please provide a a st tor PR #163; Transit Locator Signage; we need this as soon as possible 



Cost lmpact:i 



3Qb 



Time Impact; ir> i ^r4c'n^n 4.-^4 



Please check be x If no time AND cost Impact Q 

INCLUDE T HIS FORM WITH ALL BACKUP INFORMATION 

l88uedBy: J ahn Gremmela Bv: ( JdAt^^sMLft~^"(^^^ — 

Date: 



Bam A^KaHaaka*kB^BaaaaaHa1 £kaalaHai * 



All responses require signature 



10/23/00 12:40 FAZ 16033707224 



CAMPBELL CO 



, £e*u* to th*t this 
Me a. 





PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB# 63435 




Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: Formica Ligna on Transit Column 



COR No. 



00373 



DATE: 11/1/00 
JOB: 99006 
ISSUE: 00478 



1 . Contract time being extended 

Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 11/2/00 ) 



For work described below, we offer the following quotation. 



Provide change from standard P-Lam to Formica Ligna on Columns @ Reception 5120 



Total Cost: 



$1,080 



V 



^ 4 ^CV^O 





Accepted By: 
Date: 
Accepted By: 



Penq 



knstructionHnc. - John Gremmels 



Salem Area Transit - John Wiftington 

Date: \\ \ po 



Reviewed By: 



Accepted 



Marion county -Billy Wasaon 

Date: J U\ \2>L^ ISb 



Pro Management Systems. Inc. 



10/38/00 14:43 KRIESSCO MFG INC ■* 503 585 7477 NO. 094 




P.O. Box 44$ H<t***nl, Omgo* MS* 
HKSO3-0$i40S3 Fma8034**-*3*§ 



PRICING REQUEST RESPONSE 



Date; October 30,2000 




To: DAVE HAYS 




Company: pence-kelly 


> 


From: kajrltelschow 




Project: COURTHOUSE SQUARE 




Response to: TRANSMITTAL #02299 -FAXED 10/26/00 


i 


CHANGS FROM STANDARD P-LAM TO FORMICA LIGNA ON COLUMNS @ RECEPTION #5120 




PRICE: $1,027.00 


AVTHOfUSAlrkmTOMOCEEP ' 




StamatoKM bate. 
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PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503)399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 




Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #165; Street Sign Modifications 



COR No. 



00376 



DATE: 11/8/00 
JOB: 99006 
ISSUE: 00482 



1 . Co/rtraprtime being extended 
L/yT Calendar days. 

2. Acceptance of COR prior to our 
deadline date of | 11/10/00 ) 



For work described below, we offer the following quotation. 



Provide Street Sign Modifications per PR #165 



Total Cost: 



$1,862 



Accepted By: 
Date: 

Accepted By: 
Date: 




Pro Management Systems, Inc. 
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X\/U4/UU DA A 1«;<0 fAA 0O-> JOJ AX / X 



Jo-San Speciality Pajntin^ 



1555 Norway St, NE 
Salem, OR 97303 

503-363-2171 



Bill To 



Pence /Kelly Construction, Inc. 
2747 Peace Loop S£. 
Salem, OR 97302 



Job Location 

Bus Barn 
Salem, OR CJ 



Description 



1) 1^ out and pirt in stripes 14 lower p 
repairing existing stripes Ali^ mcludes stenceling. 



2) I^y out and piitm bash marks in lower par^ 
and repairing existing hash marks. 

3) Box in 2 motorcycle parking areas on street 



4) Lay out and paint twelve 8" crosswalk stripes in bus parking area. 

5) Paint aprox. 100 v white curii in bus parking aieau 

6) Paint aprox, 100 1 yellow curt) on ends of bus parkingjarea. 

7) Paint aprox, 100>eUow emib between paraUcl paiiang stripes 



Payment Due on Receipt 



Amount 



Invoice , 

: 5 

. \ 
I 



Data 


11/2/2000 


Invoice* 


ooap 


P.O. Number 





<S.0O 

40_OO L 

4.00 

194.00 
80.00 

io.oo 

^0.00 



Total $533.00 

, 



i 



I 

1 



11/06/90 12;06 FAf 15(133707224 



CAJ1FUKLL CU 




IS 

n 
□ 



price Rotation 
estimate 




COMPANY HAJ*E 




i 

CONgjuijTANT ^3ufe 




ADDRESS ^H»_M 




fas 



P.6. a*!^^^ CHARGED ON AOOTJD C.O.D.D 



Jotwi- 



plot map. If lhtefpretthe rnerrMSft^orn Rand/Cufte need tar ma* ! 

of ftw 12 m x J8f 30 mfrptoa. «gns. line item #4) asfwowi be four*** jw« needlo b* lenioyeclttollNtv ? 
#jr)*omihe*iej|jl$l^ IcjteoquedtonAIL dgns : 

ot 45. degrees to* jfllc. See *'d specs on mapj The concern is the oJstan^e frorn tie edge oftiohlQlhebut 
O ependng jotrqc uallretqn to cqi o na, many p^moytavetobenpyg^^ 

2x 24*xa8r:$fcA^i^ *ifty ofcn^f fao 

ix 24*x i 6" ; .08$ Aluminum Greien on wflte Ixxxing 2one" eftml*»H*» 

4x - fix 2^dKi x iir 6* isched. 40 gov. poles w/ittocifeia^insioj hardware * w> n£l±J 

i Remove 6 pees ft tl hole w/ concrete. Rernovb^ Hons Item pote* Ir^tc* 4-5 hew poles (core djt/ni w/ 
! ccraetet tnsal7sio^onpc^(atx^ 
aojustpofffiof b|4(^on6po^-45oF906^ee8i i / — ' 



AOTHORIZB D {SIGNATURE 



IDA 1 




FOR 80 DAYS 

E i 

Al Changes ffcejuife Approval and/br new -quotation 
in any pwMd#di«it < rcepy. 



& balance CO D. 




□j QUANTITY- 

□i 



Alliorders require «% 
lanacoocmtr ' 



□! SUBSTRATE, 
□i <*>U>R .X~ 



i 885 l«th Street, SB 
SALEM, OB 97302 
(503) 3e3 1811 (603) 370-7224 



Pi COLOR/8 



□: DUE DATE. 



11/06/00 12:06 FAI 15033707224 



CAMPBELL CO 



mo4 




HIGH St 



TRAFFIC 
; DIRECTION 




i emove potetfnove sign 
pole -odd arrow 

remove pola/movo stan 
new pde 6 use pble from South slot? 

renx3»vepiol<>?(s©Qabov©) 
move (30 rr in) sign to Court St. 
new pole - rew LOADING ZONE @ 45 



TYR INSTA14 SPECS FQR CITY , 
2" CHAM. SO€D. 40 STEEL POST^O TOP < 
T 0*001 for 1 8* h signs * /T CT 6? ddil for i 
7 FROM GlIViDE TO fcOTibMOF &f<5Nf "j 
NO CLOSER THAN 7 FROM CURB tC SIDE 
SIGNS W/ ARROWS 

45 DEGREE ANGLE RACING STREET 
SIGNS W/0 ARROWS 

90 DEGREE ANGtE TO STREET, 
FACING TRAFFIC 

COD| ; M 

13 30MIN.PKN<3f 18>hxirW 

14 LOAD ZN/NO PKNG 2rhXl$*w 
17 iyWl^,PK^ ^hkl^W 

INQ 

3nEW LOADING 





PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB# 63436 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: RFI 588; Belt Guards at Fan Rooms 



COR No. 



00377 



DATE: 11/15/00 
JOB: 99006 
ISSUE: 00480 



1 . Contract time being extended 
( -iM Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 11/10/00 ) 



For work described below, we offer the following quotation. 



Provide 5 Belt Guards at Basement Exhuast Fans per RFI 588 



Total Cost: 



$5,549 





Accepted By: 
Date: 
Accepted By: 



lly Construction, Inc. - John Gremmels 



Reviewed 



Salem 



Date: 




rk Compfani 

Date: 1 



\ Transit - JohnWittington 




ounty - Billy Wasson 



Pro Management Systems, Inc. 
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11/10/00 15:4^ FA| ^^^l'"^ 6 i : 



ORE CASCADE INC. 




1728 - 22ND ST S.E. 
P.O. BOX 12127 
SALEM, OREGON 97309 



CCB 127 

PHONE 

FAX 



(603) 588-0355 
(503) 364-2276 



November 10, 2000 



Salem, Oregon 97302-8109 




"in 



use Square 

PC #71 



Attn: John Gremmels 

Below please find cost breakdown for labor and material to provide belt guards per PCC #71 . 




Hrs $/hf 



Foreman 
Labor 

Oelrv. & Recv. 



Material: 
OTHER: 



0.00 $52 $ 
0.00 $49 $ 
0.00 $23 $ 
$ 



SUBS: 



HVAC Sub. (see attached) 



10% Profit and OH 
If you have any questions please call- 



Total Add; $ 



Sincerely, 





Richard L. Vogt 
Project Manager 



cc: File 9907 
Job Site 



Totals 



4,782,00 



478.00 
5,260.00 



11/10/00 15:47 FAX 503 364 2276 ORE CASCADE INC. 

- — — ^amard SheetMetal 



l£]002 



B 



ra ¥f^^tMetal Inc. 



S41 -747-2893 



Native America^: Contractor 

732 Sfteiley Street 
Springfield, Oregon 97477 
541-726-8931 Fax 747-2693 



Nov. 9, 2000 



C^egon Cascade Plbg. &,Heating 
P.O. Box 12127 

Salem, OR ^ ! . 

Attention: Dick Vogt 

Project: Co^tgo^f Square Transit Mall 

#0 ^ /PCC - 0007 1 - Plenum fans (ft 

..... . 1 

f 4M Labor breakdown for (5) O.S.H.A. approved 




Jasement Parking) exhaust fcns 



4 sided belt 



10%OH&P 



I; Mm*:] : 9: 



$3,387.00 
$ 960.00 
$ 434.70 



2*1 & n 3#x aumf 



Total Add: 



$4,781.70 



Warren Brainard 



11/14/00 10:10 FAX 503 364 2276 



ORE CASCADE INC. 



g] 001 



c 



OREGON 
CASCAOe 
PLUMBING & 
HEATING inc. 



MECHANICAL CONTRACTORS 



I728 22NDST SE 
P.O. 80X12127 
SALEM. OREGON 97309 
CCB 127 



PHONE 
FAX 



(503)5884)355 
(503)364-2276 



FACSIMILE COVER PAGE 

to. r/& 

ATTN: lb tN 

SUBJECT: (LouMnf* ut* 

FAX* - ^ S -_ -7^77 

We are transmitting V pages (including this cover page). If transmission is 
not complete, or is poorly copied, please call ASAP. 

COMMENTS: 



j£ No additional copies of this will be senl. 

A mailed / or hand delivered copy will be senl in addition to Ihis fax transmittal. 



Sent by : J^'cJc \/<06rf~ Date and time sent UJH/qO 
Response Requested: Yes: No 



U/14/00 10:10 FAX 503 364 2276 



ORE CASCADE INC. 



itfl 002 




BRAIN ARD SHEET METAL INC 
732 SHELLEY STREET SPRINGFIELD, OREGON 97477 
TELEPHONE (541) 726-8931 FAX (541)747-2893 

FAX COVER LETTER 




SbS> 

TO FAX # 



ATTENTION 
COMPANY :. 



' m- J Zli DATE : 

(j &IT~f PAGES :_^^L 



■ ° l E68Z-iW.-ll.S l.M»«», s PJ . UI<J , WOI OO *T »om 



11/14/00 10:10 FAX 503 364 2276 



ORE CASCADE INC. 



[^] 003 



AIR FILTER SALES & SERVICE 

1 138 SB 10th Avenue, Portland Oregon 972144468 
Tat 803-233 8101 Fax 803-236 8788 



TRANSMITTAL 



TO: WARREN BRAINARD DATE. 1 1/13/00 
COMPANY: BRAINARD SHEET METAL 

FAX: 

FROM: Ruesell Benfiet 

PAGES: 1 (including this cover page) 

SUBJECT: SALEM COURT HOUSE SQUARE 



MESSAGE: WARREN 

According to JoANN Rothmeyer-GREENHECK'S western regional rep, 
the PLN fans do not come standard with a belt or shaft guard. They are 
not always required so GREENHECK relies on engineers to specify when 
they ana needed for a particular job, and since there is more than one 
type of guard, specify which type is needed. Since no guard was specified 
none was provided. 

Thank You 

Russell 

AFSS 



PLEASE VISIT OUR WEBSITES a1*filterstore.com 



IF YOU DO HOrf ftfcOU f E »LL bf^THIS TRANSMISSION PLEASE CALL 503-233 5101 IMMEDIATELY 



TOTOL P. 01 



z-d 



eSBZ-t*L- TVS 



r T E J D T OO VT AO(j 




IV)m»MS pjeuiBjg 




PENCE/KELLY 

CONSTRUCTION, INC. 



2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: Streetscape Transformers 



COR No. 



00378 



DATE: 12/6/00 
JOB: 99006 
ISSUE: 00481 



1 . Contract time being extended 
( Calendar days. 

2. Acceptance of COR prior to our 
deadline date of { 11/10/00 ) 



For work described below, we offer the following quotation. 



Provide step-down transformers in flush junction boxes located in the sidewalks around 10 streetscape pole 
locations. Pull additional circuit wiring to each pole, install weather proof GFCI outlets on the surface of these 
poles. 



Total Cost: 



$7,671 



Hi 





Pro Management Systems, Inc. 
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ELECTRICAL 

CONSTRUCTION CO. 

December 6. 2000 



John Orremmets, Project Engineer 
Pence / Kelly.Canstruction, Inc. 
P.O. B ox 4109 
Salem, OR 97302-8109 

RE: Courthouse Square PR- 1 56 

EC Change Request # 62759-102 

Dear John: 



ALBANY REGIONAL OFFICE 



Post-it* ?a>: Note 7671 








Co ./Dept. 


Co. 


Phone # 


Phone # 







Streetscape holiday lighting 



We are pleased to provide pur quotation tor the above referenced additional work. Our price is limited to 
electrical work specifically called for in the Architect's/Engineer's instructions. 

Our price for this additional work is $ 7,300.00 Not ito exceed 

Additional Contract time required , Days 

The scope of die additional work to be performed .consists of installing step-down transformers in flush 
junction boxes located in the sidewalks around the (30) pole locations. Pull additional circuit wiring to each 
pole, itistalt weather-proof GFCI outlets on the surface of these poles. 

Conditions of this proposal are t\s follows; 

• Pricing is based on normal working hours 

♦ This proposal is valid for 30 calendar days following the date of this letter. 

We trust this meets with your approval and await your response. If you have <wy questions or require any 
additional information please contact me. 

Sincerely, . 




Craig E»avis 



ECCR# c:2759-102 



32758 OkJ Hwy. 34 S.E • P.O. Box 925 • Albany/Oregon 97321 • Telephone (541} 026-4266 * (303} 308-4266 * fax (5*1 ) :326-426fl 



6LECTRICAL 

CONSTRUCTION CO. 



ALBANY REGIONAL OFFICE 

- ^ 



December 1,2000 



Jeff Datwyler 
City of Salem 

556 Liberty St S6 Room 305 
Saham, OR 97301-3503 

Re: Provide & Install transformers, weatherproof outlets, and all wiring for Christmas lighting on existing 
streetscape lighting pofafts. 

Dear Jeff, 

As v/e discussed, I have prepared die proposal with the intent ctf Installing the transformers in the nearest* 
flush junction box to the required poles, and pulling new wiring to these poles which would be connected 
to the weather-proof GFCl outlets installed orr the surface of the poles. . **. 

Very limited space prevents us from installing the transformers vrithrn the pcJes: this, will requir* additional 
circuit wiring to each outlet location. 1 have spoken with Oick Stiiats of PGE and he is comfortable with 
this installation method: Alt wiring wiH meet coco requirement aind the GFCl outlets' provide a very safe 
feature for this type of installation. 

PGE would then make the Ural connections from their existing street lighting circuits to the transformers 
we installed. This proposal & for (6) poles located at the Courthouse Square balding and (3) poles 
located at Liberty Plaza. 

Included: 5 ~ transformers instaiied comitate. 

9 — G^Gf outlets lvtffcfr weatherproof "in-us*" covens* (Mounted to extorter of polos) 
Ait tabor to Jr^iL^^ drcult wiring. (^9Vx2500 f f^^t0THHN) 

Excludes: Elvctric&J permit costs, (assuming none rvqufced) 
Utility comp&ny costs if any. 

Toftt/ 77me * Material $ $,*I»,<W jVot To i&rceed <a<r * 73C.0Cper pote 

Jeff, we would be happy to p«»rfbrm this work on a Cost Plus batis with any savings generated returned to 
you. Killings go very smoothly, rm confidant we can perform thte work somiawhat less then otir estirrtated 
costs. 

Thank you for this opportunity, please contact me if you have any questions. 




Craig Davis 
EC Company 



32758 OW Hwy. 34 • P.O. Sow 925 * AUssity 0r*&3i 97321 ♦ T*»lopnon» 926-42«6 + ($txi) S9fl-42SS • ) 5E6-426a; 

www.e-c-ci3rnpsny.corn • OR CC8# 49737 



MEMORANDUM 



Community Development Department 



Urban Development Division 




TO: 



Billy Wasson, Courthouse Square Project Manager 



FROM: 



Jeff Datwyler, Urban Design Coordinator 



DATE: 



Decemberber 12, 2000 



SUBJECT: Change Order Request # 00378 ( CO #1 for IPA) 



Pursuant to request for reimbursement for costs associated with construction of electrical 
outlets in ornamental streetlights around the Courthouse Square block, the City has reviewed 
the subject change order for COR #378. 

The current request of $7,671.00 for electrical work as outlined in (COR No.00378), Change 
Order No. 10 for purposes of the Intergovernmental Participation Agreement (IPA) have been 
reviewed and approved. 

Under the terms of the Intergovernmental Participation Agreement, Section 1. Improvements 
Subject to Participation , Subsection A Streetscape and General Conditions, The Urban 
Renewal Agency of the City of Salem hereby approves the change order request and increase 
to the participation amount for Streetscape . The Agreement participation amount approved for 
Streetscape, $720,288.00, shall be increased by $7,671.00, for a total of $727,959.00. 



cc. Randy Curtis, Marion County - General Services 
John Whittington, Cherriots Transit 
Don Whitehurst, City of Salem - Public Works 
Leonard Lodder, Arbuckle / Costic Architects 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #1 58; Additional Striping 



COR No. 



00379 



DATE: 12/6/00 
JOB: 99006 
ISSUE: 00462 



1 . Contract time being extended 
(Jfy- ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 11/10/00 ) 



For work described below, we offer the following quotation. 



Provide Additional Line Painting per PR #158 



Total Cost: 



$372 



Accepted By: 
Date: 
Accepted By: 



Penc 




onstruction, Inc. - John Gremmels 

\H€>tov 



Reviewed By; 




Salem 



Date: 




Meivin Mark Con^anies - Craig Lewis 

Date: i -l / / o 



ransit - John Vflttington 



Accepted B 



Date 




Wasson 



Pro Management Systems, Inc. 
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i 



FAX SHEET 



El 001 



>iaKty Painting 



1555 Norway St, NE 
Salem, OR 97303 

503-363-2171 



Bill To 



Pence / Kelly Construction, Inc. 
2747 Pence Loop SB. 
Salem, OR 97302 



Job Location 

Bus Barn 
Salem, OR 



Invoice 



Date 


11/2/2000 


Invoice* 


0030 


P.O. Number 





Description 


Amount 


1) Lay out and put in stripes in lower parking area. Includes finishing and / or 
repairing existing stripes. Also includes stenceling. 






7^ t av out and nut in hash marks in lower narking area. Includes boxinu in 
and repairing existing hash marks. 






3) Box in 2 motercycle parking areas on street 






4) Lay out and paint twelve 8" crosswalk stripes in bus parking area. 




194.00 

—T 


5) Paintaprox. 100' white curb in bus parking area. 




^80.00 


6) Paint apxox. 100' yellow curb on ends of bus parking area. 






7) Paint aprox, 100' yellow curb between parallel parking stripes on street 






Payment Due on Receipt 


Total 





